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PROSPECTUS 


THE 

GRAND  TRUNK  RAILWAY  COMPANY 
OF  CANADA. 


DIRECTORS    IN   LONDON. 

THOMAS  BARING,  Esq.,  M.  P.  i  Agents  of  the  Province  of  Canada, 

<     and  Directors  of  the  Company,  on 
GEORGE   CARR  GLYN,  Esq.,  M.  P.      ^    behalf  of  the  Canadian  Government. 

HENRY  WOLLASTON  BLAKE,  Esq. 
ROBERT  M'CALMONT,  Esq. 
KIRKMAN  DANIEL  HODGSON,  Esq. 
Alderman  W.  THOMPSON,  M.  P. 

DIRECTORS    IN    CANADA. 

The  Hon.  JOHN  PvOSS,  Member  of  the  Legislative  Council,  Solicitor 
General  for  Upper  Canada,  President. 
The  Hon.  FRANCIS  HINKS,  M.  P..  Inspector-General. 
The  Hon.  E.  P.  TACHE,  M.  L.  C,  Receiver  General. 
The  Hon.  JAMES  MORRIS,  M.  L.  C,  Postmaster-General. 
The  Hon.  MALCOLM  CAMERON,  M.  P.,  President  of  the  Executive 

Council. 
The  Hon.  R.  E.  CARON,  Speaker  of  the  Legislative  Council. 
The  Hon.  PETER  McGILL,  M.  L.  Coresident  of  the  Bank  of  Montreal. 
GEORGE  CRAWFOPvD,  Esq.,  M.P.,  Brockville. 
BENJAMIN  HOLMES,   Esq.,  Vice-President  of  the  St.  Lawrence  and 

Atlantic  B-aihvay  Company. 
W.  H.  PONTON,  Esq.,  Mayor  of  Belleville. 
W.  E.HODES,  Esq.,  Quebec. 
E.  F.  WHITTEMORE,  Esq.,  Toronto. 

BANKERS    IN    LONDON. 

Messrs.  GLYN,  MILLS  &  Co. 
Messrs.  BARJNG  BROTHERS  &  Co. 


ENGINEER    IN  CHIEF. 

ALEXANDER  McKENZIE  ROSS,  Esq. 

ASSISTANT    ENGINEER. 

SAMUEL  KEEFER,  Esq, 

SECRETARY    IN    CANADA. 

C.  P.  RONEY,  Esq. 

SOLICITORS    IN    ENGLAND. 

Messrs.  SWIFT  and  WAGSTAFF,  30,  Great  George  Street,  Westminster. 

SOLICITORS    IN    CANADA. 

°G.  E.  CARTIEPw,  Esq.,  M.  P.,  Montreal. 
JOHN  BELL,  Esq.,  Belleville. 


Applications  for  Shares  to  be  made  to  Messrs.  LAURENCE,  CAZENOVE 
and  PEARCE,  Auction  Mart,  London,  Brokers ;  or  to  WILLIAM 

CHAPMAN,  Esq.,  2,  Leadenhall  Street. 

The  government  and  legislature  of  Canada  have  by  various  Acts  incorporated 
several  Companies  for  the  construction  of  different  sections  of  the  Main  Trunk 
Line  of  Railway  throughout  the  Province  ;  and  Acts  of  the  Canadian  Parlia- 
ment have  also  been  passed  authorising  the  amalgamation  of  all  the  Companies 
whose  railways  intersect  or  join  the  Main  Trunk  Railway  with  the  Grand 
Trunk  Railway  Company,  so  as  to  form  one  Company,  under  the  name  of  the, 
"  Grand  Trunk  Railway  Company  of  Canada."  Arrangements  are  accordingly 
in  progress  for  a  fusion  of  the  Grand  Trunk  Railway  Company  of  Canada  East, 
the  Quebec  and  Richmond  Railway  Company,  the  St.  Lawrence  and  Atlantic 
Railway  Company,  the  Grand  Junction  Railway  Company,  and  the  Toronto 
and  Guelph  Railway  Company,  with  The  Grand  Trunk  Railway  Company  of 
Canada,  forming  together  964  miles  of  Railway  (including  a  Bridge  over  the 
St.  Lawrence  at  Montreal,  which  will  be  constructed  under  the  superintendence 
of  Robert  Stephenson,  Esq.,  M.  P.,  and  A.  M.  Ross,  Esq.),  with  a  combined 
capital  of  nine  million  five  hundred  thousand  pounds,  and  for  a  lease  in  per- 
petuity of  the  Atlantic  and  St.  Lawrence  Railway  from  the  point  of  its  junction 
with  The  Grand  Trunk  Railway  to  the  City  of  Portland,  148  miles,  whereby 
access  is  obtained  to  the  Atlantic  at  one  of  the  natural  Harbours  of  the  Western 
Continent. 

The  capital  is  ...  £9,500,000 

made  up  as  follows  : 

Amount  already  raised  in  Shares,  and  spent 
on  Works  of  the  St.  Lawrence  and  Atlantic 
and  Quebec  and  Richmond  Railways        .         £683,400 

Amount  already  raised  on  Bonds  .  .  733,000 

£1,416,400 


Reserved  in  Shares  and  Debentures  for  the 
Shareholders  in  the  St.  Lawrence  and 
Atlantic  and  Quebec  and  Richmond  Rail- 
ways on  the  amalgamation,  and  for  the 
Bondholders  of  the  Ontario,  Simcoe  and 
Huron  Railway  Company  .  .         £837,600 


2,254,000 


Leaving  .....  £7,246,000 


This  amount  will  be  created  and  apportioned 
as  follows : 

Stock  in  144,920  Shares  of  £25  each  .  £3,623,000 

Debentures  of  £  1 00  each,  payable  in  25  years, 

bearing  interest  at  6  per  cent,  per  annum, 

payable  half-yearly,  in  London,  and  con- 
vertible into  Shares  on  or  before  the  first 

day  of  January,  1863,  at  the  option  of  the 

holder  .  .  .  1,811,500 

And  Debentures,  convertible  into  Bonds  of 

the  Provincial  Government  of  £100  each, 

payable  in  20  years,  bearing  interest  at  6 

per  cent,  per  annum,  payable  half-yearly, 

in  London  ....  1,811,500 


£7,246,000 


Of  these  144,920  Shares,  it  is  proposed  now  to  issue  one-half,  viz. 
£1,811,500  in  Shares,  and  the  same  amount  in  Debentures,  the  other  half 
having  been  agreed  to  be  taken  by  the  Contractors,  who,  however,  engage  to 
give  to  the  holders  of  such  Shares,  on  the  1st  July,  1854  (twelve  months  after 
the  anticipated  opening  of  the  St.  Lawrence  and  Atlantic  section  of  the  Rail- 
way ),  the  option  of  taking,  in  equal  proportions,  two- thirds  of  such  remaining 
moiety  ;  that  is  to  say,  every  holder  of  30  such  Shares  will,  on  the  1st  July, 
1854,  be  entitled  to  claim  20  Shares  more  at  par,  together  with  an  equal 
amount  of  Debentures,  also  at  par.  Such  additional  Shares  and  Debentures  to 
bear  interest  at  6  per  cent.,  from  the  said  1st  July,  1854. 

£200  of  Debentures  (one-half  of  each  description)  will  be  issued  at  par 
with  each  £200  of  Shares. 

By  the  law  granting  the  Provincial  aid,  it  is  provided  that  the  bonds  of 
the  Province  shall  be  issued  as  the  works  advance.  These  bonds  will,  there- 
fore, be  held  in  trust,  to  be  delivered  pro  rata  to  the  holders  of  the  convertible 
debentures. 

Interest  at  the  rate  of  6  per  cent,  per  annum,  from  the  completion  of  the 
amalgamation,  until  the  entire  works  are  finished,  will  be  paid  half-yearly,  in 
London,  in  Sterling,  on  the  amount  from  time  to  time  paid  up  on  each  Share. 
The  Dividends,  as  declared,  will  also  be  payable  in  sterling  in  London. 

The  first  payment  in  respect  of  the  Shares  and  Debentures  will  take  place 
on  allotment,  as  follows,  viz : — £5  on  each  share,  and  20  per  cent,  on  each 
Debenture,  to  be  paid  at  the  Company's  Bankers  in  London,  Liverpool  or 
Canada.  The  remainder  will  be  called  up  by  instalments,  not  exceeding 
£2  10s.  per  share,  and  10  per  cent,  per  debenture,  at  intervals  of  not  less  than 
four  months  between  each  call,  and  the  first  call  will  not  be  made  until  the 


8 


expiration  of  six  months  from  the  date  of  allotment.  Subscribers  will,  however, 
have  the  privilege  of  anticipating  the  calls  upon  the  Debentures  receiving  six 
per  cent,  interest  on  the  amount  paid  up  in  advance. 

The  description  and  objects  of  The  Grand  Trunk  Railway  are  fully  set 
forth  in  the  appendix,  to  which  especial  reference  is  craved. 

The  more  prominent  points  therein  are  : — 

1.  The  completeness  of  the  system  of  Railway,  engrossing,  as  it  does, 
the  traffic  of  Canada  and  the  State  of  Maine,  and  precluding  injurious 
competition. 

2.  The  large  amount  of  Government  guarantee  and  of  Canadian  capital 
invested — being  two  million  eight  hundred  thousand  pounds  sterling. 

3.  The  fact  that  250  miles  of  the  Railway  are  now  open  for  traffic — to 
be  increased  to  390  miles  by  the  close  of  the  present  year. 

4.  The  execution  of  the  whole  remaining  works  being  in  the  hands  of 
most  experienced  contractors  ;  the  eminent  English  firm  of  Messrs.  Peto, 
Brassey,  Betts,  and  Jackson,  having  undertaken  six-sevenths  thereof, 
including  the  St.  Lawrence  Bridge. 

5.  The  cost  of  the  Railway  being  actually  defined  by  the  contracts 
already  made,  whereby  any  apprehension  of  the  capital  being  found 
insufficient  is  removed. 

In  the  Appendix  will  also  be  found  the  data  for  the  following  summary 
of  probable  revenue. 

On  1,112   Miles,  at  an   average  of  above 

£25  per  mile,  per  week  .  .  .     £1,479,660 

Deduct  working  expences,  40  per  cent.         .  591,864 


Interest  on  debenture  debt,  £4,635,200  .  278,100 

Rental  of  Atlantic  and  St.  Lawrence  Rail- 
way .....  60,000 


£887,796 
338,100 


Thus  showing  a  profit  on  the  share   capital, 

£4,864,800  of  nearly  11£  per  cent.  .  £549,696 


Application  for  shares  may  be  made  to  Messrs.  Laurence,  Caznove,  & 
Pearce  ;  or  to  William  Chapman,  Esq.,  in  the  following  form : 


FORM  OF  APPLICATION  FOR  SHARES. 
To  the  Directors  of 

THE  GRAND  TRUNK  RAILWAY  COMPANY  OF  CANADA. 
I  request  you  will  allot  to  me  Shares  of  £25  each, 

with  the  proportionate  amount  of  Debentures  of  each  class  in  the  capital  of  the 
above-named  Railway,  and  I  agree  to  accept  the  same,  or  any  less  number, 
and  pay  the  deposit  of  £5  on  each  share,  and  20  per  cent,  on  each  class  of 
Debentures,  and  to  sign  any  Deed  which  may  be  required  for  giving  effect  to 
my  Subscription. 

Dated  the  day  of  1853. 

Name . 


Address 

Profession - 
Reference  _ 
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APPENDIX 


The  Grand  Trunk  Railway  of  Canada,  with  the  Atlantic  and  St. 
Lawrence  Railway  of  Maine,  1,112  miles  in  length,  with  an  uniform  gauge 
of  5  feet  6  inches,  as  now  brought  under  the  notice  of  the  British  public, 
offers  the  most  comprehensive  system  of  Railway  in  the  world.  Protected 
from  the  possibility  of  injurious  competition,  for  nearly  its  entire  length,  by 
natural  causes  as  well  as  by  legislative  enactment,  it  engrosses  the  traffic 
of  a  region  extending  809  miles  in  one  direct  line  from  Portland  to  Lake 
Huron,  containing  a  population  of  nearly  three  millions,  in  Canada,  Ver- 
mont, New  Hampshire  and  Maine.  At  Portland  it  connects  with  the 
system  of  railways  reaching  eastward  towards  the  province  of  New  Bruns- 
wick, and  hereafter  to  Halifax  in  Nova  Scotia,  as  well  as  southward,  by 
lines  already  existing,  to  Boston  and  New  York.  At  the  frontier  of  Canada 
it  again  unites  with  other  lines  to  Boston  and  the  great  manufacturing  dis- 
tricts of  New  England.  From  Richmond  it  runs  eastward  to  Quebec  and 
Trois  Pistoles,  253  miles,  giving  direct  access  to  the  great  shipping  port  of 
Canada  in  summer,  and  hereafter  by  rail  to  the  Atlantic  at  Halifax  by 
Trois  Pistoles  and  Mirimichi,  forming  the  only  route  to  the  great  fisheries 
of  the  Gulf  of  St.  Lawrence  and  the  eastern  timber,  coal,  and  mineral  dis- 
trict of  New  Brunswick.  At  Montreal  it  again  meets  three  railways  now 
in  operation  to  Boston  and  New  York.  At  Prescott  it  receives  the  tributary 
line  from  Bytown  and  the  vast  timber  districts  of  the  Ottawa,  60  miles, 
now  in  course  of  early  completion  ;  and  on  the  opposite  side  of  the  St. 
Lawrence,  the  northern  New  York  road  to  Ogdensburg  will  pour  its  stream 
of  passenger  traffic  upon  the  trunk  line.  At  Kingston,  the  Rome  and  St. 
Vincent  railroad,  also  from  New  York,  becomes  its  tributary.  From  thence 
to  Toronto,  it  receives  the  entire  produce  of  the  rich  country  nort'i  of  Lake 
Ontario,  through  the  channels  of  Belleville  and  Peterborough  branch,  and 
several  other  new  lines  already  in  progress  to  construction,  and  all  tributary 
to  the  main  Trunk  road.  At  Toronto,  the  Ontario,  Simcoe  and  Huron 
railroad,  100  miles  now  nearly  finished,  pours  on  the  traffic  of  the  region 
around  Lake  Simcoe  and  Georgian  Bay.  At  the  same  point  is  also  met 
the  Great  Western  railway  by  Hamilton  to  Detroit,  240  miles,  now  in  a 
forward  state  for  completion,  by  which  commun: cation  is  had  with  the 
southern  part  of  Western  Canada,  as  well  as  with  the  railways  in  operation 
from  Detroit  to  the  states  of  Michigan,  Illinois  and  Wisconsin. 

From  Toronto,  westward,  the  line  passing  through  the  heart  of  the 
western  peninsula  of  Canada  ensures  to  the  grand  Trunk  the  exclusive 
traffic  of  the  finest  part  of  the  province  ;  while  at  its  terminus  at  Sarnia  it 
debouches  at  the  very  outlet  of  Lake  Huron,  avoiding  the  shallows  of  the 
Detroit  and  St.  Clair  rivers  below — a  point  the  most  favourably  situated  for 
the  navigation  extending  through  Lakes  Huron  and  Michigan,  and  hereafter 
through  Lake  Superior.  At  Sarnia,  the  American  railroads  now  in  course 
of  construction  place  the  Grand  Trunk  line  in  the  most  direct  communication 
with  the  arterial  lines  to  the  Great  West  and  the  Mississippi,  a  region  whose 
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advance  in  population  and  wealth  has  been  regarded  as  almost  fabulous, 
and  yet  whose  resources  are  still  very  partially  developed  ;  while  the  traffic 
of  the  copper  and  iron  districts  of  Lake  Superior,  the  most  valuable  and 
extensive  in  the  world,  with  the  coal  of  Michigan,  will  accumulate  on  the 
railroad  at  this  point,  reaching  ocean  navigation  at  Montreal  in  much  less 
time  and  by  the  same  mileage  that  it  can  now  pass  by  boat  to  the  waters  of 
Lake  Ontario,  350  miles  above  that  city. 

The  Grand  Trunk  Railway  of  Canada,  it  will  be  therefore  seen,  com- 
mencing at  the  debouchure  of  the  three  largest  lakes  in  the  world,  pours 
the  accumulating  traffic  in  one  unbroken  line  throughout  the  entire  length 
of  Canada  into  the  St.  Lawrence  at  Montreal  and  Quebec,  on  which  it  rests 
at  the  north,  while  on  the  south  it  reaches  the  magnificent  harbours  of 
Portland  and  St.  John  on  the  open  ocean.  The  whole  future  traffic  between 
the  western  regions  and  the  east,  including  Lower  Canada,  parts  of  the 
states  of  Vermont  and  New  Hampshire,  the  whole  of  the  states  of  Maine, 
and  the  provinces  of  New  Brunswick,  Nova  Scotia,  Prince  Edward's  Island, 
and  Newfoundland,  must  therefore  pass  over  the  Grand  Trunk  Railway. 

This  great  and  comprehensive  scheme  of  railway  communication 
throughout  the  most  wealthy,  populous,  and  important  colonial  dependency 
of  Great  Britain,  is  not  now  offered  as  a  new  project  to  the  public.  It  comes 
with  the  guarantee  of  the  province  of  Canada,  which  has  embarked  upwards 
of  two  millions  sterling  in  the  enterprise  ;  it  is  supported  by  the  most  intel- 
ligent, far-sighted  men  in  the  colony ;  and  it  has  the  security  of  nearly  half 
a  million  sterling  of  private  Canadian  capital  invested  therein  ;  while  a 
conviction  of  the  great  benefits  of  unanimous  action  has  provided  a  combina- 
tion of  railway  interests  probably  never  before  seen,  and  ensuring  such  an 
energetic  and  harmonious  working  of  the  entire  line,  as  cannot  but  produce 
the  most  satisfactory  results. 

The  Grand  Trunk  Railway  does  not  rest  for  its  success  altogether  on 
anticipations.  The  entire  section  from  Portland  to  Montreal,  of  290  miles, 
is  now  in  operation  for  250  miles,  and  will  in  July  next  be  fully  connected, 
making  the  shortest  and  most  easy  communication  between  the  river  St. 
Lawrence  and  the  Atlantic  Ocean.  This  part  of  the  line  forms  in  itself  a 
complete  railway,  opening  up  an  entirely  new  channel  for  the  western 
trade,  and  giving  an  outlet  in  winter  for  the  produce  of  Eastern  Canada, 
as  well  as  of  that  of  Western  Canada  east  of  Kingston.  The  line  from 
Quebec  to  Richmond  brings  Montreal  and  Quebec  within  six  hours  of  each 
other,  and  opens  to  those  cities  the  most  direct  access  to  the  ocean  at  Port- 
land, Boston,  and  New  York,  passing  through  a  most  populous  and  fertile 
part  of  Eastern  Canada.  To  Montreal,  until  the  completion  of  the  western 
section  of  the  Trunk  line,  the  produce  of  the  countries  surrounding  the  great 
lakes  is  brought  through  the  most  magnificent  inland  navigation  in  the 
world  ;  and  the  opening  of  the  line  to  Portland  at  once  secures  the  supply 
of  the  markets  of  Maine,  New  Brunswick  and  Nova  Scotia  with  bread- 
stuffs,  receiving  in  return,  via  Portland,  British  and  American  manufactured 
goods,  West  Indian  produce,  &c.  The  lines  from  Montreal  to  Portland, 
and  from  Richmond  to  Quebec,  already  known  as  the  St.  Lawrence  and 
Atlantic  and  Quebec  and  Richmond  Railways,  will  be  in  full  and  continuous 
operation  in  the  course  of  the  present  summer,  comprehending  390  miles  of 
railway,  for  which  the  capital  has  been  entirely  provided,  with  a  very  small 
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exception.  The  receipts  on  72  miles,  in  Canada,  from  the  mere  local 
business,  for  the  first  twelve  months  from  their  opening  at  20th  October, 
1851,  were  £34,000.  On  91  miles  of  the  line  from  Portland,  now  under 
lease,  were,  for  the  same  period,  £38,000.  Assuming  the  same  rate  per 
mile  on  the  entire  distance  of  390  miles,  a  gross  income  of  £172,300  will 
be  at  once  obtained  from  local  business  ;  when  the  total  traffic,  if  estimated 
by  the  receipts  per  mile  of  the  Ogdensburg  road,  £25  per  mile  per  week, 
the  latest  American  railroad  offering  any  parallel,  will  amount  to  a  sum  of 
£507,000,  independent  of  the  great  future  development  of  the  country 
opened  up  by  the  line.  It  may  be  assumed  that  the  revenue  of  the  Company, 
from  the  sections  to  be  completed  in  1853,  will  not  fall  short,  at  once,  of 
£304,200  per  annum,  nett,  allowing  40  percent,  for  working  expenses,  and 
deducting  £G0,00()  for  lease  of  Portland  line,  would  leave  nearly  equal  to 
the  charge  for  the  entire  mortgage  debt  of  the  Company,  and  thus  from  actual 
present  earnings  securing  to  the  bondholders  their  interest ,  on  alt  the  capital 
intended  to  be  raised  by  debentures. 

It  is  proposed,  simultaneously  with  the  construction  of  the  railroad 
westward,  to  proceed  with  the  bridge  over  the  St,  Lawrence  at  Montreal. 
A  work  of  this  stupendous  character,  required  to  span  a  navigable  river  of 
two  miles  in  width,  can  only  be  undertaken  by  a  large  combined  capital, 
and  is  justified  by  its  paramount  importance.  The  site  selected  is  at  the 
sole  point  on  the  river  St.  Lawrence,  from  the  great  lakes  to  its  mouth, 
where  a  bridge  can  be  placed  without  interfering  with  the  navigation. 
And  also  at  that  point  no  less  than  1,595  miles  of  continuous  railway,  now 
in  operation,  with  a  very  insignificant  exception,  from  New  York,  Boston, 
Portland,  and  Quebec,  arrive  on  the  south  shore  of  the  river,  opposite  to 
Montreal,  a  city  containing  60,000  inhabitants.  On  the  northern  shore,  the 
railways  either  in  progress  or  completed,  including  the  western  section  of 
the  Grand  Trunk,  number  already  967  miles,  exclusive  of.  projected  lines. 
The  completion  of  this  link  is  essential  to  the  satisfactory  and  economical 
working  of  the  Grand  Trunk  Railway;  and  it  has  therefore  been  incor- 
porated with  the  entire  line.  It  will  be  constructed  according  to  the  plans 
and  under  the  superintendence  of  Robert  Stephenson,  Esq.,  C.E.,  (who  is 
about  to  visit  Canada  for  this  purpose,)  and  Alexander  McKenzie  Ross, 
Esq.,  C.E. ;  and  the  structure  will  be  of  that  substantial  character  which  a 
work  of  such  magnitude  requires. 

For  the  bridge  an  ample  allowance  of  capital  is  made,  and  the  work 
has  been  provisionally  contracted  for  with  Messrs.  Peto,  Brassey,  Betts, 
and  Jackson,  on  the  estimate  framed  by  Messrs.  Stephenson  and  Ross. 
The  Act,  authorising  the  construction  of  this  bridge  by  the  Grand  Trunk 
Railway  Company,  is  now  in  progress  through  the  Canadian  Parliament, 
under  the  sanction  of  the  government. 

The  western  section  of  the  Grand  Trunk  line  extends  from  Montreal  to 
Toronto,  345  miles,  and  from  thence  to  Sarnia,  172  miles.  Contracts  have 
been  executed,  with  the  approval  of  the  Government  and  Board  of  Railway 
Commissioners  in  Canada,  with  the  eminent  English  contracting  firm  of 
Messrs.  Peto,  Brassey,  Betts,  and  Jackson,  for  the  construction  of  the  section 
to  Toronto,  345  miles  ;  from  Quebec  to  Trois  Pistoles,  155  miles,  and  the 
Grand  Junction,  50  miles  ;  and  with  the  Canadian  contracting  firm  of 
Messrs   C.  S.  Gzowski  and  Co.,  from  thence  to  Sarnia,  172  miles. 
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The  conditions  of  these  contracts  are  for  the  construction  of  a  first-class 
single-track  railway,  with  the  foundations  of  al]  the  large  structures  suffi- 
cient for  a  double  line,  equal  in  permanence  and  stability  to  any  railway 
in  England,  including  stations,  sidings,  work-shops,  ample  rolling  stock, 
and  every  requisite  essential  to  its  perfect  completion,  to  the  satisfaction  of 
the  Canadian  Government. 

By  means  of  the  arrangements  entered  into  with  the  contractors,  the 
proprietors  of  the  Grand  Trunk  line  are  assured  that,  for  the  capital  stated, 
they  will  secure  the  delivery  of  the  whole  railway,  fully  equipped  and 
complete  in  every  respect,  and  free  from  any  further  charges  whatever. 

The  western  section  of  the  Grand  Trunk  commences  at  Montreal,  and 
proceeds  westward  through  the  towns  and  villages  of  Lachine,  St.  Clair,  St. 
Anne,  New  Longueuil,  Lancaster,  Charlottenburgh,  Cornwall,  Osnabruck, 
Williamsburgh,  Matilda,  Edwardsburgh,  Augusta,  Elizabeth  Town,  Yonge, 
Landsdowne,  Leeds,  Pitsburgh  to  Kingston,  at  the  outlet  of  Lake  Ontario, 
and  the  principal  naval  and  military  station  in  Canada  West.  From  thence, 
continuing  along  the  north  shore  of  Lake  Ontario,  it  passes  through  Ernest 
Town,  Napanee,  Shanonville,  Belleville,  Port  Trent,  Brighton,  Colborne, 
Grafton,  Coburg,  Port  Hope,  Bond  Head,  Bowmanville,  Whitby,  Pickering, 
Scarboro'  to  the  city  of  Toronto,  which  city  contains  36,000  inhabitants. 

At  Toronto  it  meets  the  Great  Western  Railway,  leading  through 
Hamilton  and  the  southern  part  of  the  western  peninsula  of  Canada  to 
Detroit ;  a  connexion,  of  which  the  value  may  be  judged  from  the  favorable 
position  in  which  the  Great  Western  Railway  of  Canada  now  stands  in 
London.  This  line  itseif  forms  a  continuation  of  the  Trunk  line,  although 
under  a  different  Company,  for  240  miles,  now  approaching  completion. 
The  Trunk  road  also  here  connects  with  the  Northern  Railroad  to  Lakes 
Simcoe  and  Huron,  99  miles,  to  be  finished  during  1853. 

This  section  occupies  the  important  position  of  connecting  the  chief 
emporia  of  Eastern  and  Western  Canada,  the  cities  of  Montreal  and 
Toronto,  numbering  together  nearly  100,000  inhabitants,  besides  passing 
through  the  towns  already  enumerated  ;  and  it  also  passes,  throughout  its 
entire  length,  through  the  most  populous  and  cultivated  districts  of  the 
province. 

The  section  west  of  Toronto  to  Sarnia  passes  through  the  towns  and 
villages  of  Weston,  Brampton,  Georgetown,  Acton,  Rookwood  to  Guelph, 
Berlin,  Peterburg,  Hamburgh  to  Stratford,  where  it  is  intersected  by 
a  proposed  line  from  Goderich,  45  miles  north  (for  which  £125,000  has 
been  already  raised  by  municipal  subscription),  thence  through  or  near 
Downie,  Fullarton,  Blanchard,  Usborne,  Biddulph,  Bosanquet,  Warwick 
and  Plymton,  to  the  outlet  of  Lake  Huron  and  the  western  extremity  of 
the  province  at  Port  Sarnia  ;  the  whole  course  of  the  line  being  through 
the  finest  section  of  Western  Canada,  a  district  already  well  peopled,  and 
most  rapidly  advancing  in  population  and  wealth. 

It  will  therefore  be  seen  that  the  western  section  of  the  Grand  Trunk 
line,  in  its  connexions,  embraces  the  whole  of  Canada  West,  a  district  of 
32,000,000  of  acres,  with  a  population  doubling  itself  every  ten  years,  and 
which,  with  a  limited  exception,  must  find  in  the  Grand  Trunk  Railway 
their  speediest,  most  direct,  and  cheapest  intercourse  ;  having  neither 
local  railroads  nor  canals  to  compete  wTith. 
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The  past  and  present  position  of  Canada  is  so  ably  stated  in  the  des- 
patch from  His  Excellency  Lord  Elgin,  the  Governor-General,  dated  22nd 
December,  185£,  and  published  by  order  of  the  House  of  Commons,  that 
it  is  printed  herewith,  together  with  other  information  bearing  generally 
on  the  prospects  of  the  railway. 

The  route  traversed  by  the  Grand  Trunk  Railway  and  its  tributaries 
will  be  found  set  forth  in  the  accompanying  map. 

That  portion  of  the  Great  West,  situate  at  the  western  extreme  of  the 
basin  of  the  St.  Lawrence,  has  received  a  larger  share  than  any  other 
portion  of  the  country  of  the  valuable  addition  to  its  riches,  arising  from 
the  industry,  intelligence  and  wealth  of  the  hundreds  of  thousands  who, 
within  a  comparatively  brief  period,  have  migrated  to  these  regions. 

Independent  of  the  local  traffic  peculiar  to  this  section,  both  in  passen- 
gers and  goods,  through  traffic  of  more  than  ordinary  extent,  consequent 
on  its  geographical  position,  may  safely  be  calculated  upon. 

Not  the  least  important  branch  of  traffic  will  arise  from  the  Ocean 
Steamers  communicating  with  England,  making  Portland  and,  hereafter, 
Halifax,  the  port  of  embarkation,  as  the  nearest  and  most  accessible  on 
the  continent  of  America. 

A  further  and  important  consideration  in  connexion  with  Portland, 
St.  John's,  and  Halifax,  is,  that  the  navigation  being  never  closed  by  ice, 
produce  may,  on  the  completicn  of  the  Grand  Trunk  Railway,  be  shipped 
there  when  otherwise  there  would  be  no  ready  means  of  forwarding  it  to 
Europe. 

Thus,  with  the  exception  of  that  portion  through  Nova  Scotia  to  the 
port  of  Halifax  (about  150  miles),  the  entire  length  of  1,400  miles,  both  by 
the  southern  route  through  the  state  of  Maine,  and  by  the  northern  route  by 
Trois  Pistoles,  is  for  a  great  part  in  course  of  construction^  and  the  re- 
mainder will  shortly  be  commenced  under  highly  favorable  auspices,  the 
immediate  prosecution  of  that  portion  through  Nova  Scotia  being  now 
under  the  consideration  of  the  Government  of  that  province,  whose  future 
interests  are  so  largely  compromised  in  the  speedy  and  perfect  completion 
of  the  project,  as  to  ensure  their  best  and  strenuous  efforts  for  its  early 
accomplishment. 


ESTIMATES  OF  REVENUE. 

The  revenue  from  local  business  has  been  demonstrated  by  A.  C. 
Morton,  Esq.,  the  distinguished  American  engineer,  in  an  elaborate 
report  addressed  to  the  Governor  of  the  state  of  Maine,  to  average,  on  the 
New  England  and  New  York  railways,  brought  within  the  sphere  of  their 
action,  three  dollars,  or  12s.  6d  sterling  per  head  of  the  whole  population. 
To  apply  this  result  to  the  population  of  Canada,  which  is  in  no  respect 
inferior,  might  be  considered  as  assuming  too  much,  and  for  local  business 
the  population  of  the  districts  actually  passed  through  will  alone  be  taken. 
They  amount  to  740,000,  which,  at  12s.  6d.  per  head,  will  afford 
£462,500. 

In  this  estimate  nothing  is  put  down  for  the  passengers  and  traffic 
flowing  on  the  Trunk  Railway  from  the  Bytown,  Peterborough,  Ontario, 
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Simcoe,  and  Huron,  and  especially  the  Great  Western  of  Canada  railways. 
These  lines  together  embrace  a  population  of  363,000. 

The  through  passenger  business  from  Europe  and  <*he  American 
Atlantic  states  to  the  Great  West  is  enormous,  the  emigration  from  Europe 
alone  amounting  to  nearly  half  a  million  of  passengers  annually,  almost 
all  seeking  a  new  home  in  the  fertile  regions  around  the  Great  Lakes  ; 
while  the  business  intercourse  between  the  American  population  around 
the  Great  Lakes  and  that  in  the  seaboard  states,  embracing  together  a 
population  of  six  millions,  is  already  immense,  and  daily  increasing.  As 
the  Grand  Trunk  Railway  will  be  the  only  united  line  on  which  passen- 
gers can  pass  without  interruption  or  detention,  as  it  is  the  easiest  and 
most  direct,  it  may  safely  be  assumed  that  the  traffic  arising  from  this 
source  between  Montreal  and  Sarnia  will  not  fall  short  of  £125,000  per 
annum. 

Lord  Elgin's  despatch,  shows  the  tonnage  in  the  river  St.  Lawrence, 
in  1851,  to  have  been  450,400  tons  ;  while  on  the  Erie  Canal  it  amounted 
to  no  less  than  1,141,892  tons,  independent  of  the  large  amount  passing 
through  other  channels  and  railways.  These  statements  sufficiently 
demonstrate  the  amount  of  business  within  the  grasp  of  the  Grand  Trunk 
Railway,  of  which  a  fair  share  will  undoubtedly  be  secured  by  it,  espe- 
cially as  the  above  channels  for  Trade  #are  entirely  closed  by  frost  from 
15th  December  to  15th  April.  The  amount  of  through  goods  traffic  may 
be  safely  taken  at  the  low  estimate  of  300,000  tons,  at  20s.  per  ton, 
yielding  £300,000. 

GENERAL  ESTIMATES. 

567  miles  on^  Western  Section,  estimated  at  £30   per 

mile  per  week £884,520     0     0 

545  miles  on  Eastern   Section,    estimated  at  £21   per 

mile   per  week,    until   connected   with   the    New 

Brunswick  Road  to  Halifax 595,140     0     0 

£1,479,660     0     0 
Deduct  Working  Expenses,  40  per  cent.  v 591,864     0     0 

£887,796     0     0 
Rental  of  Atlantic  and  St.  Lawrence  Railway 60,000     0     0 

Nett  Revenue £827,796     0     0 

Subject   to   6    per  cent,    interest   on   Debenture   Debt, 

£4,635,200 278,100     0     0 

Thus   showing   a   profit    on  the   share   capital  of 

£4,864,800  of £549,696     0     0 

or  nearly  11 J  per  cent. 
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[  No.  3.  ] 


ORIGINAL    DISTRIBUTION  OF  CAPITAL. 


ESTIMATED  COST  OF  SEVERAL  WORKS  COMPRISED  IN  THE 
GRAND  TRUNK  RAILWAY  COMPANY. 


St.  Lawrence  and  Atlantic,  142  miles,  £8,500  per  mile £1,258,000 

Quebec  and  Richmond,  100  miles,  £6,500  per  mile,  £650,000 

Extension 50,000 

" 700,000 

Montreal  to  Toronto 3,000,000 

Trois    Pistoles,    153    miles,    at  £8,000  per  mile 1,224,000 

Grand  Junction,     50      do.                do.       do 400,000 

Toronto  and  Sarnia,  172  do.              do.       do 1,376,000 

Victoria  Bridge 1 ,400,000 

Contingencies 142,000 


Sterling,.  ,£9,500,000 
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[  No.  4.   ]—  GRAND   TRUNK   RAILWAY 

General  Statement  of  Capital  Account  for  the 


__ 


See  Abstracts. 

Preliminary  Expenses — 

Grand  Trunk  Railway 

Toronto  &  Guelph  do 
Toronto  &  King-ton  do 
Montreal  &  Kingston  do 
Grand  Junction  do 

Engineering. 

Works  and  Permanent  Way 

Stations,  Buildings  and  Offices 

Advertising  and  Printing 

Locomotive  Stock. .    - 

Merchandize      Car  Stock 

Passenger  do     do     

Miscellaneous     do     do     . ... 

General  Expenses,  Canada 

London. ..... 

Electric  Telegraph 


Expended   to 
30th  June,  1856. 


Works  in  Progress. 


2,095 

10,537 

1,160 

3,699 

347 

57.259 

1,172^,772 

129,972 

4,401 

141,972 

96,888 

22,030 

13,768 

184,949 

25,829 

9,691 


Toronto  and  Sarnia 1,359,355  11 

Montreal  and  Toronto 3,505,316     8 

Quebec  and  Richmond 923,98S    8 


Quebec  and  Trois-Pistoles.    ... 

Victoria  Bridge 

Belle\ille  and  Peterborough  (survey) 

Extra  Works,  Montreal  and  Toronto 

Toronto  and  Sarnia. . . 

London  and  Stratford  Survey 

Land  and  Land  Damages. 

Steam  Ferry  Boats 


419,312 
402.778 


164,056 


Expended   for 

Half  Year 

ending 

31st  December 

1856. 


18  2 
9     8 

19  1 
3  5 
8  10 
3 
0 
2     5 

13  10 

7  10 
10     4 

6  11 
12  1 
17  1 
10    8 

8  7 


849  5 

12,231  11 

12,115  14 

648  13 

2,140  19 

1,778  7 

5%  7 


642  14 


6,605 
2,273 
3,559 


8     5 


1|   18,820 
8,122,546 

8  45,519 
0      3,041 

9  202,279 
6,691 

49,200 
2,007 


2,502  12 
10,831  6 
24,962  15 


8,690,480  11     7 


,981 
175 


Total 

Expenditure 

31st   December, 

1856. 


1,581  13     4 


0 

6 

4 
13 

7 
13 

7 
10 


2,095 

10,537 

2,742 

3,699 

347 

58,108 

1,185,003 

142,087 

5,050 

144,113 

96,666 

22,626 

14,411 

191,555 

28,102 

13,250 


1,378,175 

3,627,862 

969,507 

422,353 

605,057 

6,691 

213,256 

2,007 

2,502 

12,812 

25,137 


487,286  12     6 


18  2 
9    8 

12  5 
3  5 
8  10 
8  10 

11    6 

16  10 
7  6 
7    2 

17  11 


11  10 
15    0 


10  0 
12  11 
18  3 
15  11 


9,187,767    4     1 


Balance  to  Credit  of  Capital  Account 213,939  15     1 

Currency £9,401,706  19    2 


Grand  Trunk  Railway  Company  of  Canada, 
Chief  Accountant's  Office, 

Montreal,  14th  March,  1857. 
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COMPANY  OF  CANADA. 

Half  Year  ending  31st  December,  1856. 


Cr. 


By  Share  Capital,  viz  : 

St.  Lawrence  Shares,  amount  received  on  them. 

Toronto  do  do 

Quebec  &  Richmond  Shares,        do 

Grand  Trunk  Shares,  A  Series      do    2,112,236  15 
B  Series,    am't 
issued   to  Con- 
tractors on  pay- 
ment of  works      743,079     3 


By  Debenture  Capital,  viz : 

Montreal  City  Debentures 

Island  Pond  do  

British  American  Land  Company's  Bond 

Montreal  Seminary  do  

Quebec  and  Richmond  Debentures 

Grand  Trunk  Debentures,  A  Series     1,066,590  16    8 
B     do  692,405    0    0 

By  Provincial  Debentures : 

Issued  on  account  of  St.  Lawrence 

and  Atlantic  Railroad  Co 568,791  13  4 

Do     Quebec  and  Richmond  do  304,166  13  4 

Do    Grand  Trunk                 do  2,751,223  15  1 


238,010  16 
166,859  16 
352,175  15 


2,855,315  18    4 


125,000 

109,500 

25,000 

25,000 


121,666  13 


1,758,995  16    8 


3,624,182     1     9 


3,612  362    7    5 


2,165,162  10    0 


3,624,182    1    9 


Currency   £  9,401,706  19    2 


W.  H.  A.  DAVIS,  C.  A. 
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[     No,  5.     ] 
GRAND  TRUNK  RAILWAY  OF  CANADA, 


DETAILS  OF  EXPENDITURE  REFERRED  TO  IN  CAPITAL  ACCOUNT. 


ENGINEERING— ABSTRACT    A 


Salaries  and  Office  Expenses 

Travelling  and  Incidental  Expenses 
Miscellaneous 


£    s.  d. 

586  13  11 

212  11  6 

50    0  0 


849    5 


WORKS  AND  PERMANENT  WAY— ABSTRACT  B. 


Rails  and  Chairs 

Way  not  contracted  for 

Bridges,  Tunnels  and  Culverts. 
Extra  and  additional  Works. . . 

Signals,  &c 

Ballast  and  Ballasting 

Fencing 

(Miscellaneous 


£    s.    d. 

881  17    7 

1,233  18  10 

1,929  12    3 

6,105  14    5 

278    2  11 

172  10    0 

958  12    6 

671    2  11 


12,231  11     5 


STATIONS,  BUILDINGS  AND  OFFICES— ABSTRACT  C. 


Temporary  Stations 

Engine  Stations 

Passenger  Stations 

Merchandize    Stations 

Wood  and  Water  Stations 

'Offices 

'Wharves  and  Depot  Grounds 


£    s.  d. 

19  4  9 

138  19  11 

1,461  4  1 

1,081  19  3 

1,548  12  6 

29  8  2 

7,836  5  9 


12,115  14  5 


ADVERTISING  AND  PRINTING— ABSTRACT  D. 


Secretary,  &c,  and  Managers  Departments. 


£     6.     d. 
648  13    8 


LOCOMOTIVE  STOCK— ABSTRACT  E. 


Engines 

Tenders 

Spare  Gear 

Workshops 

Tools  and  Implements. 

Stationary  Engines 

Miscellaneous 


£     6. 

1,437    6 

0    9 

8  17 

274  17 

403    1 

15  10 

0  15 


2,140  19    4 
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MERCHANDIZE  CAR  STOCK— ABSTRACT  F. 


Merchandize  Cars. .  .  . 

Cattle  Cars 

Platform   Cars 

Workshops.  . 

Implements  and  Tools 
Miscellaneous 


£    s.  d. 

1,027  11  6 

33    0  0 

•      52  17  6 

16    0  11 

290    8  7 

358    9  1 


1,778    7    7 


PASSENGER  CAR  STOCK— ABSTRACT  G. 


First  Class  Cars 

Second  Class  Cars... 

Baggage  Cars 

Workshops 

Tools  and  Implements 
Miscellaneous 


£ 

s. 

d. 

98  12  10 

57  17 

6 

60 

8 

5 

8 

12 

3 

26 

9 

7 

344 

6 

7 

596    7    2 


MISCELLANEOUS  STOCK— ABSTRACT  H. 


Furniture  in  General  Offices 

£    s.     d. 
121     5    8 

Furniture  at  Stations 

521    8    4 

Houses             - 

0    0    4 

642  14    4 

GENERAL  EXPENSES— ABSTRACT  I. 


£    s.  d. 

Salaries  and  Office  Expenses 3,148  12  1 

RentandTaxes 75    0  0 

Books  and  Stationery I  765    7  4 

Insurance I  93  19  6 

Lighting I  5  17  10 

Auditing I  0    5  0 

Law  and  Notarial  charges 1,029  17  0 

Miscellaneous - I  1,487    0  6 


6,605  19    3 


ELECTRIC  TELEGRAPH— ABSTRACT  K. 


Instruments 

Repairing  Implements 

Line 

Office  and  Fittings 

Batteries 

Salaries 

Stationery 

Incidentals 


£    s.     d. 

498    2    3 

12    6  11 

2,790  18    8 

30    6    5 

47    7    1 

150    0    0 

0  15    9 

29    7  11 

3,559    5    0 


20 


Q 


<£> 

iO 

. 

GO 

jfl 

^ 

q 

>-T 

<< 

<D 

s§ 

a 

CD 

<J 

o 

o 
<1) 

Cm 

Q 

o 

*— 

tn 

X 

GO 

fc 

Ml 

s» 

PUi 

„     1 

T1     O 

V 

O 

M 

<°            >< 

0 

o      S 

fc* 

fe            fe 

tt-i 

•—          ^1 

CD 

# 

,X5 

W 

H 

g 

^ 

§ 

*-» 

s 

a 

p 

3 
o 

Q 

o 

B 

ctf 

«g 

<D 

m 

53 
0) 

o 

« 
Q 


T3c<©"«*00COt>© 

iO00O"O0)O 


r^  J>  CO  *H  C9  tJ<  -* 

r-QWO?O>00Q 


cn  © 


0> 


to 


O 

CO 


a>  <o 


w   Wl— ;   P 


M 


<5 

d 

GO 

Q 

n 


eg  Jf  « . 


Phi- 


s'   ftTiS  l^    f<"    <" 


s 


-O        OhO>NC^OJ050(M 

"N  |iH  i-H    T- 1  ,-«  t-N    I— I 


^ 


C7i<MCDO-0  2;0£2iOC2 
<3?^<Od  CO        C^  CO        »-« 


<^t» 

CO 

*-H  CO 

Ol  OJ 

O  CM 

w*. 

t-0D 

•H  CQ 

o  o 

2  6 
II 

to   J- 

QJ     O 


cu  rt|> 
2rGt-'  9  !s 

«  u  °  EPj 

gill? 


Oh 

S 
O 

O 


3     3 

o  o  o 

b   % 
w    s 

C    03    « 


<+l 


1 


C3     P    8J 

^  0  c> 

P"    O    ^ 

|^8 


^S^O^o^rt 


1° 
1 

s 
o 


s 


21 


[     No.  7.     ] 
GRAND  TRUNK  RAILWAY  OF  CANADA. 


DETAILS  OF  EXPENDITURE  REFERRED  TO  IN  REVENUE  ACCOUNT. 


LOCOMOTIVE    POWER— ABSTRACT  L. 


Salaries,  Wages,  &c,  in  working  Locomotive  Engines. 
Fire  Wood 

Oil,  Tallow  and  Waste. 


Materials  for  Repairing,  &c,  Engines  and  Tenders. 

Wages  for  repairing  Engines  and  Tenders 

Repairs  to  Workshops,  Tanks,  Tools,  &c 

Repairs  not  done  by  the  Company 

Lighting 

Small  Stores 

Water 

Watchmen 

Miscellaneous 


£     s.  d 

17,288  16  3 

23,640  15  10 

2,583  14  7 

2,476    0  1 

6,495    4  2 

1,061  12  1 

2,859  10  3 

178    8  8 

8    7  7 

2,722  11  9 

261     2  9 


216  13    0 


59,692  17    0 


COACHING  CHARGES— ABSTRACT  M. 


Salaries  to  Superintendents  and  Booking  Clerks  and  Office  Expenses 

Wages  to  Conductors*  Brakemen  and  Porters 

Oil  Tallow  and  Waste 

Materials  for  repairing  Cars 

Wages  for  repairing  Cars 

Repairs  to  Workshops,  Tanks,  Tools,  &c 

Repairs  not  done  by  the  Company 

Compensation 

Small  Stores 

Lighting 

Wages  to  Switchmen 

Miscellaneous , 


£ 

3,290 

3,426 

729 

1,655 

1,995 

94 

666 

205 

101 

185 

1,283 

789 


6.      d. 

18  10 
4    4 


16 
10 


5 

5 

15 


11    8 
1    3 


17  11 

1     9 

15  10 


14,424    4    1 


MERCHANDISE  CHARGES— ABSTRACT  N. 


Salaries  to  Superintendents  and  Clerks  and  Office  Expenses. 

Wages  to  Conductors,  Brakesmen  and  Porters 

Oil,  Tallow  and  Waste * 

Materials  for  repairing  Cars  and  Sheets 

Wages  for  repairing  Cars  and  Sheets 

Repairs  to  Workshops,  Cranes,  Tools,  &c 

Repairs  not  done  by  the  Company. 




Lighting 


Compensation 

Small  Stores 

Wages  to  Switchmen. 
Miscellaneous 


£ 

s.  d. 

3,871 

5  9 

9,093 

10  8 

1,589 

3  11 

3,223 

3  9 

4,155 

0  2 

280 

5  3 

1,735 

14  10 

239 

6  2 

334 

1  4 

74 

2  4 

1,574 

15  9 

795 

7  10 

26,965  17    9. 
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MAINTENANCE  OF  WAY  AND  BUILDINGS— ABSTRACT  0. 


Inspectors,  Platelayers,  &c.,Wages  and  Tools 

Rails,  Chairs,  Ties,  Fittings,  Sleepers,  &c 

Ballast  and  Ballasting 

Repairs  to  Bridges,  Tunnels,  Culverts,  Slopes,  &c 

Repairs  to  Stations,  Buildings,  Sidings  and  Approaches 

Repairs  to  House  Property 

Proportion  of  Engineers'  Salaries  and  Office  Expenses. 

Maintenance  contracted  for 

Small  Stores 

Lighting 

Miscellaneous 


£ 

s. 

d. 

7,947 

5 

6 

7,340 

11 

8 

2,803 

12 

11 

11,704  19 

6 

3,526 

2 

9 

351 

9 

5 

390 

14 

2 

23,955 

16 

3 

97 

18 

5 

359 

17  11 

929 

10 

1 

59,407  18    7 


GENERAL  CHARGES— ABSTRACT  P. 


£    e.     d 

Salaries  to  Officers  and  Clerks !  2,416     9    5 

Direction I  3     6  10 

Advertising,  Priting  and  Stationery 1,765     7     9 

Law  Charges  for  General  Business [  69    4  11 

Insurance 174  19    4 

Storekeepers'  Wages  and  Office  Expenses I  159    0  10 

Travelling  Expenses J  229    0     1 

Miscellaneous 1,444  11     4 

I  6,262    0    6 


TELEGRAPH  CHARGES— ABSTRACT  Q. 

Salaries 

£    s.     d. 
661  18    7 

Instruments 

5    0  10 

Repairs 

46  12    7 

Office  Fittings 

16  17    5 

Batteries ! 

96  16    2 

Incidentals 

76    6    5 

Stationery 

38    8    4 

942    0    4 

TAXES— ABSTRACT  R. 


School  Taxes 

Municipal  Taxes. 
Road  Taxes 


£     s.     d. 

57    4  11 

846    0     1 

1,100    5    2 


2,003  10    2 
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[     No.  9.     ] 
STATEMENT   No.   1. 


STATEMENT   shewing  the  Expenditure  on  the  different  Railways  for- 
ming The  Grand  Trunk  Railway  of  Canada  up  to  31st  December,  1856. 


The  St.  Lawrence  &  Atlantic  Railroad- 
Up  to  the  date  of  Amalgamation,  there  has  been  expended  on  this 

Road 

From  the  amalgamation  to  the  31st  December,  1856,  there  has 
been  expended 

Total  cost  of  the  St.  Lawrence  &  Atlantic  R.  R.  to  31st  Dec,  1856. 
The  Quebec  &  Richmond  Railroad — 

Up  to  the  date  of  amalgamation  there  has  been  paid  to  Contractors 
on  account  of  this  Road 

From  the  Amalgamation  to  the  31st  December,  1856,  there  has  been 
expended 


Total  cost  of  the  Quebec  &  Richmond  R.  R.,  to  31st  December,  1856. 
The  Toronto  &  Sarnia  Railway — 

Up  to  the  date  of  Amalgamation  there  had  been  expended  on  this 
road 

From  the  Amalgamation  to  the  31st  December,  1856,  there  had 
been  expended 


Total  cost  of  Toronto  &  Sarnia  R.  W.  as  far  as  constructed  up  to  ) 
31st  December,  1856 J 

The  Grand  Trunk  Railway- 
On  the  Section  from  Montreal  to  Toronto  there  has  been  expended 

to  31st  December,  1856 

On  the  Section  from  Quebec  to  St.  Thomas  there  has  been   ex- 
pended up  to  31st  December,  1856 


£         s.    d. 

1,289,915    9    2 
444,034    8  10 


1,733,949  18    0 


452,924    5  11 
541,778  11    8 


994,702  17    7 


10,537    9    8 
1,388,269    3    2 

1,398,806  12  10 


Total  cost  of  the  Grand  Trunk  R.  Way  to  31st  December,  1856 
The  Victoria  Bridge- 
There  has  been  expended  on  the  Victoria  Bridge  up  to  31st  Dec, 
1856 currency 


4,022,694  12    9 
444.632  12    4 


4,467,327    5     1 


605,057  13  9 


N.  B. — The  above  are  exclusive  of  the  amounts  expended  on   the  Atlantic  and  St. 
awrence  Rail  Road,  leased  by  the  Grand  Trunk  Railway  Company — £397,078    19    6. 
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[     No.  10.     ] 

STATEMENT  NO.  2. 

STATEMENT  shewing  the  Amounts  raised  by  the  several  Companies 
forming  The  Grand  Trunk  Railway  Company  of  Canada. 


By  the  St.  Lawrence  and  Atlantic  Railroad  Company — 


Raised  prior  to  Amalgamation,  in  Shares. 

in  Bonds. 


Total  raised  in  Bonds  and  Shares. 


Add   Government   Guarantee  given  to  the  St.  Lawrence   and    At- 
lantic Railroad 


235,100    0    0 
284,500     0    0 


Total  raised  prior  to  Amalgamation 


Raised  since  Amalgamation  in  Shares 

Proportion  of  Government  Bonds  granted  to  the  Grand  Trunk  Rail- 
way Company,  belonging  to  this  Company 


By  the  Quebec  and  Richmond  Railroad  Company — 


Raised  prior  to  Amalgamation,   in  Shares. 

in  Bonds. 


519,600    0     0 
486,660  13  !  4 


1,006,266  13     4 

2,910  16     8 

82,125    0    0 


1,091,302  10    0 


348,141  11     7 
121,666  13    4 


Total  raised  prior  to  Amalgamation. 


Raised  since  Amalgamation  in  Shares 

Proportion  of  Government  Bonds  granted  to  the  Grand  Trunk  Rail- 
way Company,  belonging  to  this  Company 


By  the  Toronto  and  Guelph  Railway  Company — 


Raised  prior  to  Amalgamation,  in  Shares. 
Raised  since  the  Amalgamation,  in     do 


By  the  Grand  Trunk  Railway  Company — 

Raised  up  to  31st  December,  1856,  in  Shares. 

in  Bonds. 


Raised  in  Shares  and  Bonds. 


Proportion  of  Government  Bonds  granted  to  Grand  Trunk  Railway 
Company,  belonging  to  this  Company 


Currency 


469,808    4  11 

4,084    4    2 

304.166  13    4 


778,009    2    5 


100,617  10    0 
66,242     6     8 


166.859  16     8 


2.855,315  18    4 
1,758,995  16    8 


4.614,311  15    0 


2.751,213  15     1 


7,365,535  10     1 


Grand  Trunk  Railway  Company  of  Canada, 
Chief  Accountant's  Office, 

Montreal,  19th  March,1857. 
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[  No.  11.  ]— STATEMENT 

ABSTRACT  OF  THE  AFFAIRS  OF  THE  GRAND  TRUNK 


EXPENDITURE. 


Total  Amount  of  Expenditure  on  the  St.  Lawrence  and  Atlantic  Rail- 
road, up  to  31st  December,  1856,  as  per  Statement  No.  1 

Total  Amount  of  Expenditure  on  the  Quebec  and  Richmond  Railroad, 
up  to  31st  December,  as  per  Statement  No.  1   

Total  Amount  of  Expenditure  on  the  Toronto  and  Sarnia  Railroad,  up 
to  31st  December,  as  per  Statement  No.  1   

Total  Amount  of  Expenditure  on  the  Grand  Trunk  Railway,  up  to 
31st  December,  as  per  Statement  No.  1 

Total  Amount  of  Expenditure   on  the   Victoria  Bridge,  up  to  31st 
December,  1856,  as  per  Statement  No.  1 

Total  Amount  of  Expenditure  on  Account  of   the 

Atlantic  and  St.  Lawence  Railroad  Company. .  .£689,533  19    6 

Less  received  in  Bonds  and  Shares 292,475    0    0 


Cost  of  Steam  Ferry  Boats  built  by  the  Company 

Land  and  Land  Damages 

Cost  of  Stores  and  Fuel  on  hand. 

Balance  of  Interest  paid  from  date  of  Amalgamation  on  the  Capital 
raised  and  expended  on  the  St.  Lawrence  and  Atlantic,  the 
Quebec  and  Richmond,  the  Toronto  and  Sarnia  and  Grand  Trunk 
Railway,  and  the  Victoria  Bridge 

Expenses  in  London  connected  with  the  Company 

Balances  of  Sundry  Accounts 

Amount  due  to  the  Company  on  outstanding  Traffic  Accounts 

Cash  on  hand £  10,130     1  10 

Toronto  City  Bonds  on  hand 100,000    0    0 

Atlantic  and  St.  Lawrence  Shares  on  hand 49,808     6     8 

Bills  Receivable  on  hand 1,013  11     3 


Amount  in  the  hands  of  the  Provincial  Agents  in  London,  on  Accountj 
of  Amount  received  on  Preference  Bonds 


Currency,  £ 


£  s.    d. 

1,733,949  18    0 

994,702  17    7 

1,398,806  12  10 

4,467,327  5    1 

605,057  13    9 

397,078  19    6 

25,137  15  11 

12,812  18    3 

143,670  19    3 


500,426  11  7 
28,102  17    9 

126,942  2  11 
59,239    3    4 


160,951  19    9 
113,569  15    0 


10,767,777  10  6 


Grand  Trunk  Railway  Company  of  Canada, 

Chief  Accountant's  Office, 
Montreal,  19th  March,  1857. 
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No.  3. 

RAILWAY  COMPANY  OF  CANADA,  on  the  31st  December,  1856. 


RECEIPTS 


Amount  of  Capital  contributed  by  the  St.    Lawrence   and   Atlantic 
Railroad  Company,  as  per  Statement  No.  2 

Amount  of  Capital  contributed  by  the  Quebec  and  Richmond  Railroad 
Company,  as  per  Statement  No.  2. 

Amount  of  Capital  contributed  by  the  Toronto  and  Guelph  Railroad 
Company,  as  per  Statement  No.  2. 

Amount  of  Capital  contributed  by  the  Grand  Trunk  Railway  Com- 
pany, as  per  Statement  No.  2 

Amount  of  Loans  from  Bankers,  &c ■ 

Amount  of  Bills  payable  and  Bills  of  Exchange  outstanding 

Amount  retained  from  the  Contractors  by  the  Company,  viz  : 

For  Reserve  Fund £54,750    0    0 

For  Salary  Fund 64,221    4 


Balance  at  Credit  of  Revenue  Account  on  31st  December,  1856 

Amount  of  Premium  received  on  Sale  of  Debentures 

Amounts  due  to  sundry  persons 

Amounts  charged  but  not  yet  paid 

Amount  received  on   account  of  Preference  Bonds,  as  per  Canada 
Act  1856 


1,091,302  10  0 

778,009  2  5 

166,859  16  8 

7,365,535  10  1 

400,988  5  4 

422,239  8  3 

118,971  4  2 

131,217  19  6 

78,940  15  4 

31,031  10  6 

69,111  13  3 

113,569  15  0 


Currency,  £ 


10,767,777  10    6 


W.  H.  A.  DAVIS,  C.  A. 
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[     No.  13.     ] 

ESTIMATE  of  the  Amount  required  by  the  Grand  Trunk  Railway  Company 
to  enable  them  to  complete  the  works  begun,  make  such  Extra  Sidings  and 
other  works  as  are  absolutely  necessary  for  the  wants  of  the  traffic  and  to 
purchase  the  Rolling  Stock  required  by  the  increased  traffic  on  the  Road. 


To  finish  the  Victoria  Bridge  under  the 
Peto  &  Company 

New  Agreement  with  Messrs. 

1         £ 
760,211 

51,000 
35,000 
35,000 

65,000 
193,000 

s. 
0 

0 
0 

0 

0 
0 

d. 

0 

To  Extra  Sidings  Montreal  to  Toronto. 
Toronto  to  Stratford. 
Montreal   Eastward. 

10  milles 

4     do 

3     do 

£  3,000 

17  miles 

0 

For  Station  at  Point  St.  Charles 

For  other  works  required  there 

25,000 
10,000 

0 

For  Station  at  Toronto 

25,000 
10,000 

25,000 
15,000 
25,000 

For  other  works  required  there 

For  Extra  Work  along  the  Line,  Montr* 

Toi 
Mo 

;al  to  Toronto 

-onto  to  Stratford 

ntreal  Eastward 

£2,500 

2,000 

700 

300 

145 

0 

0 

For  Rolling  Stock  viz  : 

30  Freight  Engines 
10  Passenger  do 
10  1st  Ciass  Pas.  Cars 
30  2nd    do         do 
600  Box  Cars 

£75,000 

20,000 

7,000 

9,000 

87,000 

Sterling. ....  . . 

0 

£ 

1,144,211 

0 

0 

Grand  Trunk  Railway  Company, 
Chief  Accountant's  Office, 

Montreal,  5th  March,  1857. 

[     No.  14.     ] 

STATEMENT  shewing  the  amount  required  to  meet  the  Working  Expenses 
of  the  Line,  Maintenance  of  Way,  Purchases  of  Stores,  Fuel,  &c,  from 
1st  March  to  30th  June,  1857. 


s.   d. 


Monthly  Expenditure. 


Expenditure  for  4  month s 205,691     0    0 


6,172  15 
0 


12,500 


Monthly  Pay  Rolls  of  the  Eastern,  Central  &  Western  Divisions 15,000    0 

Maintenance  of  Way,  of  the  Eastern,  Central  &  Western  Divisions. . 

Monthly  Pay  Rolls  &  Accounts  of  the  Portland  Division 

Engineers'  Monthly  Schedule  of  Accounts  of  Eastern,  Central  &  Western 

Divisions 

Monthly  purchases  of  Stores 

Do    '        do  of  Fuel 

Sundry  Expenses,  Salaries,  &c 


2,500 
9,000 
5,000 
1,250 


51,422  15    0 


Grand  Trunk  Railway  Company, 
Chief  Accountant's  Office, 

Montreal,  5th  March,  1857. 
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[  No.  13*.  ]— Statement  shewing  the  Receipts  and  Expenditure  of  the  Grand  Trunk  Railway  Company  of  Canada  on  Traffic  Account,  for  the  several  Half  Years  commencing  1st  January,  1854,  and  ending  31st  December  1856 


RECEIPTS. 


EXPENDITURE 


SECTIONS. 


Receipts  f 
Traffic. 


Half  y 

30th  June,  1854, 
156  working  days.    [Montreal 


Portland  to  Island  Pond 


f  Portland  j 

Half  year  ending         Montn 


157  working  days. 


I  '  ( (period  -7th  November,  30  working  days. 


Half  year  ending  ["Portland  l0  Tulantl  Pond. 
30th  June,  1855,  j  Montreal  to  Island  Pond. 
156  working  days.    [  Quebec  to  Richmond 


Half  year  ending 

31.-1  December,  1855, 

157  working  days. 


Hall  rear  ending 
30th  June,  1856, 
156  working  days. 


Half  year  ending 

31st  December,  1856, 

158  working  days. 


f  Portland  to  Island  Pond 

Montreal  to  Island  Pond 

Quebec  to  Richmond 

•  Chaudiere  Junction  to  St.  Thomas 

1    Montreal  to  Hrnckville .  . 


'  Opened  23rd  December,  25  working  days. 
I  Opened  19th  November,  37  woi 


f  Portland  to  Island  Pond 

Montreal  to  Island  Pond 

Quebec  to  Richmond 

'  Chaudiere  Junction  to  St.  Thomas. 
Montreal  to  Brockville 


51,370  12 
35,885  11 

87,256    3 


Average 

Receipts  per 

week. 


61,877  S  0 
41,465  4  5 
13,776  16    0 


117,119    8 
74,849  15 


*  Closed  12th  February,  and  reopened  14th  April,  128 
L         working  days. 


Portland  to  Island  Pond 

Montreal  to  Island   Pond 

Quebec,  to  Richmond 

<  li.ni.ii,. i.   Junction  to  St.  Thomas. 

*  Montreal  to  Brockville 

t  Montreal  to  Toronto 

t  Toronto  to  Stratimd 


Total  Amount  td  Receipts  and  Evpen 


1st  July  to  25th  October,  101  working  days.  I 

1  27th  October  to  Hist  December,  57  working-  days. 
„t  17th  November  to  31st  December,  39  working  days.) 


66,912    S  3 

39,113  11  6 

12,463    4  6 

1,296  11  7 


73,032  1 
47,294  6  : 
15,483    1 

2,395  19 
17,575  15 
4.3,308  10 

7,756'   6 

206,846  13 


Receipts  per 
mile  per  week. 


2,379 

1,504 

529 


2.800 
1,830 
807 


■1 


2,773    7     3 
1,795  19 
587  17 
90  19  10 
1,044    2 
4,558  16  1 
1,193    5 


7  10 


Expenses con- 
lected  with  the 
working  of  the 
Locomotives. 


16,209  13 
15,391   12 


Expenses 

connected  wit! 

themaintenane 

of  the  Road. 


31,601     5  10 


5     3       30,610  16 
24,111  10 

10     5  |      6^84 


12    2  48,435  0 

3  11  I  22,182  17 
16    0  16,815  17 

8  4  7,617  3 

4  3  1  92  15 

9  10  1,748  IS 

Tr- 


io 10  5 

4  19  10 

1  10  5 

6  7  1 


48,457  12    5 


21,020  0 
16,043  16 
6,902     3 


3  19,597 
2  20,642 
«  !|  7,512 

21 


1236  16 
704    5 


12,044 


14    3    7  ;    59,692  17 


Expenses  Expenses 

connected  with  connected  wit 

the  Passenger  theuierebandi, 

Traffic.  Traffic. 


16,061  8  11 


10,192  4  7 
7,661  1  6 
1,299  8  4 


9,703  8  11 
7,407  15  9 
7,482  0  3 


24,593  4  11 

15,342  14  7 
12,679  11     6 

5,693  19  1 
324  13    8 

1,478     9  10 


35,519 


18,101  1     7 

10,834  16  11 

6,629  9     0 

825  12     6 

6,657  18    8 


43,043  18  8 

21,115  12  1 

17,960    2  7 

7,200  16  1 

13,108  10  5 

22  17  5 


59,407  18     7 


,611  10 
,932  16 
335  14 


!,430  9  5  10,(103  13 
1,223  2  1  11,192  1 
1,249    4  11        2,179    3 


8,902  16    5  23,974  18 

3,280  17    7  I   11,317  10 

4,964  17  11  i      9,112  10 

1,585    8     9  2,460     1 


General  Expenses  con- 

Charges  con-  .nected  with  the 
nected  with  the    working  of  the 
Traffic.  Telegraph. 


1,754  10 

157  10 

2,657  19 


4,274  10  6 
4,142  13  0 
1,416  18  11 
4,146  10  4 
443  11    4 


10,095  4  10 
8,628  19  6 
1,903  18    6 


1,836  5    8 

2,773  1     1 

383  18  11 

54  18  11 

206  14  II 


5,254  19    6 


3,438 
639 


136    0 

64     9 
274    2 


Claims  on 
Account  of 


account  of  Lost 
and  Damaged 
Cattle  killed.  Goods. 


215    5    0 
24119  "4 


29  1  6 
443  1  7 
32    0    0 


1,526  10  8 
305  9  8 
37  10    0 


252  19  7 
55  15     9 

103  17  2 
12     1   10 

2S2  16     5 


10     9 


188  14     3 
122     1    6 


24,1 


94  19 

85     9 


241  19  4 
'i02'i6"i6 
102  16  10 


57 


573     4  II 


65  19  II 
65  19  II 
'3915"i 


Expenses 

connected  with 

the  Ferry  at 

Longuenil. 


390  15    0 

390  15    0 


connected  with 

the  Ferry  at 

Quebec. 


Total  Amount 

of  Expenses 

connected   with 

the  Traffic. 


34,881 
36,611 


43,371  3  11 
40,599  13  1 
2,844     9    6 


Average 

weekly 

Expenditure 


1,336  11     9 

1,417    4    2 


49,257    0  10 

19,667  19    3 

473  14    2 

4,616  11    7 


43,746  2  11 
17,995  0  11 
1,687  18  4 
18,714    5    5 


4,294    ; 

2,127    £ 
1,882    6 

751  12  10 

113  11 

748  12 


35,644  16 
2,087    2 


Mem. — Total  Amount  of  Receipts  from  1st  January,  1854,  to  31st  December,  1856,  as  above.. 
Total  amount  of  Expenditure  from        do  do  as  above. 


i  credit  of  Revenue. 


Amount  ill  Credit  of  Revenue  as  per  Revenue  Account 131,217  19    6 


825,488 
714,202 

IS 

0 
6 

111,285 
13,917 
6,015 

2 

10 
6 

6 

7 
5 

745  17    5 
3,308  14    7 
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[     No.  15.     ] 

COMPARATIVE  STATEMENT  of  Weekly  Traffic  on  the  Grand  Trunk 
Railway  from  the  opening  of  the  through  line  on  17th  November, 
1856,  and  the  corresponding  period  from  17th  November,   1855. 


Week  ending  November,     22nd 

do  29th 

December,       6th 

do  13th 

do  20:h 

do  27th 

January,  3rd 

do  10th 

do  17th 

do  24th 

do  31st 

February,  7th 

do  14th 

do  21st 

do  28th 

March,  7th 

do  14th 

do  21st 

do  28th 

April  4t 


1855-15. 


Miles  open,  513. 


£ 
6,548 
6,966 
7,003 
5,599 
5,835 


3,505 
3,718 

3,789  17 

4,485  3 

4,545  5 

4,278  3 


4,598  12 


5,868 
4,195 
4,615 
6,237 
6,377 
6,749  13 


d. 

3 
6 
5 
4 

9 
2 
6 
3 
3 
0 
8 
8 
2 

5 
9 
1 
6 
1 
0 


1856-7. 


Miles  open,  849. 


Increase. 


£ 

12,201 

12,871 

11,170 

11,461 

9,516 

8,381 

10,904 

8,622 

9,177 

6,930 

7,425 

8,469 

9,147 

11,395 

13,915 

11,872 

12,805 

13,480 

13,874 

13,578 


s.  d. 
0     9 

0  9 

18  3 

7  11 

14  7 
17  9 

15  2 
12  10 
15  10 

2  9 

7  5 

10  8 

14  0 

6  0 

17  1 

0  0 


£ 
5,652 
5,904 
4,167 
5,862 
3,681 
4,353 
7,398 
4,904 
5,387 
2,144 
2,880 
4,191 
4,549 


s.    d. 

17  6 

6  3 
8  10 
1     7 

7  10 
7     7 

18  8 
11     7 


1     9 

7    0 
1  10 


10  11 
13    4 


8,047  10 
7,676  13 
8,190 


8 

3 

3 

7,242  16    8 

7,496  13  10 

0     4 


6,829 


Weekly  average  of  Traffic  from  17th  Nov.,  1856  to  4th  April,  1857— £10,861     3     0. 

[     No.  16.     ] 
STATEMENT  of  the  Number  of  Passengers,  and  Amount  of  Merchand- 
ize, &c,  carried  by  the  Grand  Trunk  Railroad  from  the  opening  of 
the  through  line  to  4th  April, 


1857. 


Passengers. 

Merchandize. 
Tons. 

Lumber. 
Feet. 

Fire  Woods. 
Cords. 

During  the  4  weeks  ending 

13  December,  1856.. 
10  January,  1857  ... 

7  February,  1857.. . 

7  March,    1857 

4  April,  1857 

61.864 
49,926 
38,424 
50,364 
57,363 

24,393 
18,666 
14,928 
27,384 
29,829 

3,109,036 
1,106,646 
1,018,063 
2,160,367 
3,090,415 

5,005 
5,206 
4,202 
5,131 
6,692 

Total 

257,935 

115,200 

10,484,527 

1  ' 

26,236 
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No.  17. 

Rrport  of  Messrs.  Benedict  and  Street 

Toronto,  10th  April,  1856, 


Sir 


We  have  the  honor  to  acquaint  you  for  the  information  of  His  Excel- 
lency the  Governor  General,  that  on  the  7th  of  last  month,  we  met  at  the 
office  of  the  Department  of  Public  Works  in  this  City,  in  compliance  with 
the  requests  of  the  Commissioner,  that  we  should  proceed  with  the  least 
possible  delay  to  enter  upon  the  duties  connected  with  the  office  to  which 
His  Excellency  had  been  pleased  to  appoint  us,  involving  a  general  ex- 
amination of  the  line  of  the  Grand  Trunk  Railway,  in  pursuance  of  the 
4th  sub-section  of  the  first  clause  of  the  statute  of  18  Victoria  ch.  174. 

Having  consulted  and  arranged  with  Mr.  Killaly  as  to  the  course  to 
be  adopted  that  would  most  facilitate  the  procuring  of  the  necessary 
information  and  acquiring  a  knowledge  of  the  details,  we  adjourned  to  the 
office  of  the  Contractors,  where  a  room  was  at  once  placed  at  our  com- 
mand for  our  meetings,  and  the  plans,  sections,  specifications,  monthly 
estimates,  contracts  and  other  documents  shewing  the  state  and  progress  of 
the  works  were  unreservedly  laid  before  us. 

Knowing  the  desire  of  the  Government  to  have  our  report  and  estimate 
as  soon  as  practicable,  we  have  labored  assiduously  and  are  now  enabled 
to  submit  the  result  of  our  examinations. 

From  the  documents  above  adverted  to,  and  the  data  furnished  us  by 
the  Chief  Engineer  of  the  Company,  we  proceeded  in  the  first  instance  to 
form  an  estimate  of  the  cost  of  completing  and  equipping  the  line  from  this 
City  to  Brockville,  being  the  portion  to  which  our  attention  was  more 
particularly  directed  by  our  letter  of  instruction  from  the  Commissioners. 

From  these  data,  which  give  in  detail  the  quantities  of  work  of  all 
classes,  including  station  and  other  buildings,  remaining  to  be  done  on  the 
first  day  of  February  last,  calculated  at  liberal  rates,  it  appears  that  the  cost 
of  completing  the  line  from  Toronto  to  Brockville,  exclusive  of  rolling  stock 
and  contingencies,  would  amount  to  £363,044,  Halifax  currency,  at  that 
date. 

Having  concluded  these  calculations,  our  next  step  was  to  proceed  to 
Montreal  to  inspect  the  rolling  stock  finished  and  in  progress,  and  then  to 
return  along  the  line  in  order  to  judge,  from  personal  inspection,  of  the 
character  of  the  several  works,  and  the  manner  in  which  they  have  been 
executed,  and  also,  by  seeing  the  actual  state  of  the  excavations,  embank- 
ments and  other  works,  and  comparing  it  with  the  sections  furnished  us, 
on  which  the  estimate  of  completion  is  based,  to  be  enabled  to  determine 
how  far  they  were  safely  to  be  relied  on. 

At  Montreal  we  devoted  three  days  to  a  careful  inspection  cf  the  depot 
grounds  and  buildings,  which  are  constructed  in  a  most  creditable  and 
substantial  manner,  and  which,  when  fully  completed,  will  be  found  second 
to  none  that  we  have  seen  on  this  continent.  The  several  workshops  are 
admirably  provided,  and  every  means  and  appliance  are  at  hand  to  turn 
out  a  large  amount  of  work  of  the  best  description. 
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To  the  rolling  stock  we  also  gave  the  attention  which  so  important  a 
branch  of  Railway  work  demands  :  the  result  of  our  scrutiny  was  highly 
satisfactory,  both  in  regard  to  style  of  construction,  and  the  suitableness  of 
the  materials. 

After  taking  into  account  the  amount  of  rolling  stock  finished  and 
unfinished,  and  the  value  of  materials  prepared,  we  estimate  the  amount 
required  to  equip  the  line  from  Toronto  to  Brockville,  as  required  by  con- 
tract at  £80,100  currency.  It  is  to  be  observed  that  we  have  given  the 
Company  no  credit  for  a  large  amount  of  rolling  stock  (22  Locomotive 
Engines),  stated  now  to  be  on  its  way  from  England. 

Having  concluded  our  surveys  in  Montreal,  we  returned  to  Brockville, 
by  rail,  and  then  followed  the  line  to  Toronto,  and  having  devoted  six  days 
to  this  part  of  the  road,  and  inspected  all  the  important  points,  and  com- 
pared the  state  of  the  works  on  the  ground  with  that  shown  on  the  work- 
ing sections,  we  are  satisfied  that  tjie  latter  truly  represent  the  progress  of 
the  work,  and  that  the  measurements  derived  therefrom,  on  which  the 
estimate  is  based,  may  be  relied  upon. 

In  the  foregoing  it  is  shewn  that  we  estimate  the  cost  of  completing  the 
works  and  buildings  of  the  line  from  Toronto  to  Brockville,  at  £363,044 
Add  for  contingencies  and  interest  on  this  sum,  10  per  cent.       36,304 
Also,  to  complete  rolling  stock  on  the  same  portion 80,100 

Total  cost  of  completing  line  from  Toronto  to  Brockville. . . .  £479,448  Cy. 
With  a  view  to  estimating  the  cost  of  completing  that  portion  of  the 
road  west  of  Toronto,  so  far  as  the  provisions  of  the  Act  8th  Victoria,  chap. 
174  extend,  namely,  to  Stratford,  we  called  for  documents  and  vouchers 
connected  with  it,  similar  to  those  furnished  for  that  portion  from  Toronto 
to  Brockville,  and  from  thence  we  gather,  that  the  completion  of  the  works 
of  the  section  from  Toronto  to  Stratford  will  require  the  sum  of  £33,683 
Add  for  contingencies 3,368 

£37,051  Cy. 

Although  we  have  not  had  an  opportunity  of  personally  examining 
this  portion  of  the  Railway,  and  comparing  its  state  as  shewn  on  the 
sections  from  which  the  estimate  is  framed  with  the  works  themselves,  yet 
from  the  satisfactory  verification  of  the  result  of  our  other  calculations, 
coupled  with  the  fact  of  Mr.  Killaly's  having  lately  made  an  inspection  of 
it,  and  being  satisfied  with  the  correctness  of  the  documents,  we  have  no 
doubt  but  that  this  estimate  for  its  completion  may  be  relied  on. 

In  order  to  arrive  at  the  whole  cost  of  fully  completing  and  equipping 
the  road  from  Stratford  to  Brockville,  it  is  necessary  further  to  add  a  sum 
for  the  portion  of  it  in  front  of  this  City,  assuming  this  to  be  10,000  pounds 
for  the  graded  track  to  be  furnished  by  the  City,  and  5,000  pounds  for  the 
permanent  way  laid,  the  estimate  for  the  entire  line  will  be 

Toronto  to  Brockville £479,448 

Toronto  to  Stratford 37,051 

In  front  of  the  City  of  Toronto 15,000 



Grand  Total £531,499  Halifax   Cy. 
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In  conclusion  we  feel  it  our  duty  to  state  for  the  information  of  His 
Excellency,  that  in  our  opinion  the  works  on  this  portion  of  the  line  so  far 
as  they  have  progressed,  are  in  accordance  with  the  terms  of  the  contracts 
and  specification — that  the  bridges,  viaducts  and  important  station  build- 
ings are  constructed  in  the  most  permanent  and  substantial  manner,  and 
that  the  preparation  which  has  been  made,  and  the  amount  of  materials 
provided,  evince  the  intention  of  the  Contractors  to  finish  the  road  in  a  style 
creditable  to  them  and  to  the  Province. 

We  are,  Sir, 

Your  obedient  Servants, 

ROSWELL  G.  BENEDICT, 
JAMES  C.  STREET. 


Hon.  George  E.  Cartier, 

Provincial  Secretaiy. 


The  undersigned  was  a  party  to  and  engaged  with  Messrs.  Benedict 
and  Street  in  the  several  calculations  and  estimates  referred  to  in  the  fore- 
going— in  the  correctness  of  the  entire  of  which  he  fully  believes.  He  did 
not  accompany  those  gentlemen  along  the  works  between  Toronto  and 
Brockville,  being  otherwise  much  engaged,  and  having  but  a  short  time 
before  made  a  very  close  inspection  of  them.  He  entertains  strongly  the 
same  opinions  as  to  the  character  of  the  works  as  those  expressed  by 
Messrs.  Benedict  and  Street.  The  portion  of  the  line  from  Toronto  to 
Stratford  he  has  likewise  had  a  late  opportunity  of  visiting,  and  he  has  no 
doubt  of  the  correctness  of  the  estimate  for  the  completion  of  that  section 
also,  the  works  of  which  are  not  to  be  surpassed  for  sound  and  durable 
construction. 


HAMILTON  H.  KILLALY, 

Asst.  Commissioner  Public  Works. 


Department  of  Public  Works, 
Toronto,  8th  April,  1856. 
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[     No.  18.     ] 

Montreal,  16th  December,  1856. 

TO  THE  SECRETARY  OF  THE  GRAND  TRUNK  RAILWAY 
COMPANY  OF  CANADA. 

Sir, 

Enclosed  please  receive  final  certificate,  Montreal  and  Toronto  section,  in 
favor  of  the  contractors  Messrs.  Jackson,  Peto,  Brassey  &  Betts. 

The  entire  work  and  equipment  are  completed  and  provided,  so  as  to  justify 
my  recommending  the  Company  to  take  the  Line  off  the  hands  of  the  contractors. 

And  I  am,  Sir, 

Your  obedient  servt., 

ALEXR.  M.  ROSS, 

Engineer. 


FINAL  CERTIFICATE. 


MONTREAL    AND    TORONTO    SECTION. 

TO    THE    SECRETARY    OF   THE   GRAND   TRUNK    RAILWAY 

COMPANY. 

15th  December,  1856. 

I  certify  that  the  sum  of  Ten  thousand  one  hundred  and  ninety-five  pounds 
sterling,  is  due  to  the  contractors  Messrs.  Jackson,  Peto,  Brassey  &  Betts,  for 
work  done  in  completing  the  Works  and  Rolling  Stock  on  the  Montreal  and 
Toronto  section  of  the  Grand  Trunk  Railway  of  Canada. 

ALEXR.  M.  ROSS, 


£10,195. 


Engineer. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 

MONTREAL,    AND    TORONTO    SECTION. 

FINAL  CERTIFICATE. 

Ihth  December,  1856. 


Total  contract 

£     s.    d. 

£ 
3,000,000 

s. 
0 

d. 

0 

Less  reserve  for : 

Top  ballast 

.... 

3,000    0    0 
5,000    0    0 

Proportion  of  Toronto  passenger  station 

8,000 

0 

o 

Cr. 

By  amount  of  previous  certificates 

2,992,000 
2,981,805 

0 

0 

0 
0 

Amount  now  due. 

10,195 

0 

0 
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[     No.  19.     ] 

Extract  from  Report  of  Walter  Shanty,  Esquire. 

ENGINEER  DEPARTMENT. 

TORONTO  AND  SARNIA  DIVISION   GRAND  TRUNK-RAILWAY, 

Toronto,  \Mh  December,  1856. 
Dear  Sir, 

The  Western  Section  of  our  Line  as  far  as  yet  undertaken  from  this 
city  to  St.  Mary's,  being  now  out  of  the  Contractors'  hands,  I  beg  leave  to 
report  upon  the  condition  of  the  works — cost — final  estimate,  &c. 

The  contract  between  the  Company  and  Messrs.  C.  S.  Gzowski  &  Co., 
entered  into  1853,  covers  as  you  are  aware  the  whole  of  our  Western  Sec- 
tion from  here  to  Sarnia — a  distance  of  167  miles. 

The  works,  which  had  been  partially  commenced  in  1852  on  the  first 
fifty  miles,  under  the  u  Toronto  and  Guelph  Railway  Company,"  were 
pushed  forward  with  much  vigor  in  1853  from  Toronto  to  Stratford — and 
to  a  certain  extent  between  the  latter  point  and  Sarnia. 

Early  in  1854  it  was  decided  under  an  agreement  with  the  Great 
Western  Railway  Company,  to  suspend  operations  west  oi  Stratford  until 
185G  :  and  in  June  of  the  former  year  (1854)  you  called  upon  me  to  estimate 
the  proportional  value  of  the  work  on  the  two  undermentioned  subdivisions 
of  the  Toronto  and  Sarnia  section — namely  : 

1st.  From  Toronto  to  Stratford 88  miles. 

2nd.   Sratford  to  Sarnia .....   79      " 

The  total  amount  of  the  contract  being  £1,376,000. 

By  far  the  heaviest  portion  of  the  work,  mile  for  mile,  is  found  on  the 
first  named  subdivision — and  is  probably  of  more  expensive  character  than 
that  of  any  equal  portion  of  other  Canadian  line.  The  bridging  is  especially 
heavy,  and  the  average  quantity  of  excavation  per  mile  very  large  indeed. 

I  reported  the  apportionment  of  cost  as  follows  : 

Toronto  to  Stratford £907,310 

Stratford  to  Sarnia 468,890 

The  quantity  of  Rolling  Stock  embraced   in   the   former 

sum,  amounted  to £70,945 

And  in  the  latter  to. 58,080 

Subsequent  to  the  date  of  suspension  there  was  permission  given  to 
proceed  with  the  grading  of  the  line  as  far  as  St.  Mary's,  making  the  length 
of  road  under  construction  west  of  Toronto  instead  of  88-97J  miles.  And 
the  estimate  for  the  first  subdivision  was  increased  accordingly  by  the  sum 
of  £54,142. 

An  order  was  also  given  as  recommended  in  your  report  to  Sir  C.  P. 
Roney,  of  22nd  July,  1854,  on  the  subject  of  the  suspension  to  complete  the 
rolling  stock  originally  designed  for  the  whole  section — which  order  in- 
volved, as  above  estimated,  a  further  expenditure  of  £58,080. 
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The  estimated  cost  of  completing  the  line  according  to  contract  stipu- 
lations for  tli  .•  half  section  between  Toronto  and  St.  Mary's,  and  furnishing 
the  full  quota  of  rolling  stock  for  the  whole  section,  then  stood  as  follows  : 

Toronto  to  Stratford  with  its  proportion  of  Rolling  Stock.  £907,110 

Stratford  to  St.  Mary's  , 54,142 

To  complete  full  quota  of  Rolling  Stock 58,080 


£1,019,332 


Under  the  terms  of  their  contract  Messrs.  Gzowski  &  Co.  were  only 
to  furnish  a  limited  amount  of  station  accommodation,  in  the  proportion  of 
one  to  each  ten  miles  of  road.  Five  goods  sheds  only  were  to  be  provided 
for  the  whole  line,  two  of  which  fall  properly  to  the  allocated  estimate  of 
the  Stratford  and  Sarnia  subdivision  ;  of  sidings  the  contract  called  for  an 
amount  equal  to  but  3  per  cent  of  the  length  of  the  road. 

The  requirements  even  of  our  way  traffic — the  only  description  of 
trade  we  are  yet  in  a  position  to  command,  would  not  have  been  nearly 
met  by  the  above  named  extent  of  accommodation — on»  a  representation  of 
which  to  you  I  was  authorized  to  provide  for  such  further  stations  as  our 
anticipated  business  seemed  to  demand.  An  increase  of  sidings  from  3  to 
10  per  cent  was  also  ordered. 

On  the  part  of  the  line  now  opened  for  traffic,  Toronto  to  Stratford,  we 
have  fourteen  established  way  stations — eleven  of  which  are  provided  with 
passenger-houses — twelve  with  warehouses — nine  with  watering  apparatus 
— and  six  with  wood  sheds.  There  are  engine  stables  of  stone  and  brick 
at  Guelph  and  Stratford,  and  a  wooden  workshop  at  Berlin. 

In  addition  to  the  stations  above  named  as  "  established  stations" 
there  are  grounds  provided  for  two  others — one  at  Charlton,  4  miles,  the 
other  at  Norval,  6  miles  from  Toronto.  Both  these  stations  more  especially 
the  latter  which  is  well  situated  and  very  commodious,  will  come  into 
early  and  very  profitable  use — for  I  feel  satisfied  that  even  with  the  large 
increase  already  made  to  our  stations  we  are  not  yet  fully  provided  in  that 
particular. 

The    additional    outlay    incurred  under  the  head    of    way    stations 

amounts  to £21,100 

And  for  increased  sidings  6  ft  miles 32,775 

At  Toronto  station  and  Queen's  wharf,  a  very  large  expenditure  has 
been  made.  Some  10  acres  of  ground  having  been  reclaimed  from  the 
lake  and  enclosed  with  a  substantial  breastwork  of  timber  and  stone  giving 
a  frontage  on  the  water  of  some  1800  feet.  A  large  engine  stable,  workshop, 
warehouse  and  wood  shed,  all  of  brick,  have  been  erected,  together  with 
a  commodious  carriage-house  of  wood.  There  is  also  a  temporary  pas- 
senger house,  with  platforms,  &c.  and  altogether  the  actual  expenditure 
upon  this  station  reaches  the  large  sum  of  £28,680,  being  much  in  excess 
of  what  was  originally  contemplated,  and  the  contractors  consider  them- 
selves entitled  to  be  allowed  their  actual  expenditure  on  these  wrorks,  over 
and  above  what  may  be  deemed  a  fair  interpretation  of  the  contract.     The 
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permanent  passenger  station,  owing  to  the  difficultv  e »«**)«,.** a  ■ 
our  line  through  the  city,  is  not  ye fcommerrS  VJ P  f  i f  ln,cany««g 
ing  between  ,L  contractors  eas/a"  dweTt ^f  Toron^  Z ^T**™ 
have  been  erected  on  joint  account.  Each  nartv  T.Z I  i  r'?g  WaS  to 
which  was  estimated  at  £l8,000_onSo  ?hW 7  ?  ?if  the  COSt~ 
against  Gzowski  *  Co.  in  thS^^ 

cove^r^^^ 

from  the  gross  e.petSre^boveTarnet '. . ?. .!" ^  ^"1^^ 
Leaves »*o,bo0 

in  iti^niaft?wSeaXhcf  ^jr*^^*^'^ 
the  station,  I  would  recommend I Z  1  6  add T" al  exPe«diture  upon 
and  that  it^ealloweTasi'tand,""516  COnsidei'atio»  °f  this  bl&n 

of  alS  bridSan^^^  the  abutments 

£26,000,  covering  a  ve  y  W^e  add'uo n^  ±  *f fefstead  *  single  track, 
embankments   and   fouIdS tori?    T^ ?l  lit  f  anT* ^^f^' 

The  masonry  of  the  &£  vialc:  f^fi^  ^  ^S- 
tificates!   ab°Ve   Cklm  1WS  a!read^  bee«  allowed  for  infe  monthly  cer- 

The  remainder  of  the  final  estimate  is  made  up  of  three 
pSS,LZ;&tCC°Unt'    SMdrieS'    Enginc^^! 

Cost  of  water-lot,  Toronto. '.'.'. £?I69     6   10 


Sundry  fittings  to  engine  stables'.*.*.'. '.*.*.  .''!*''*:'..*"'  *  *       £  1 1 

Amount  in  currency £5073  12     6 

Which  converted  into  sterling  is £4no     0     0 

of  ^^TJ^S^^^T If Cted  With  the  engineeringoutlay 
amount  of  the  contraband  covlfnffl  °"e  PM  Cent  retained  from  the 
draughting  and  coping  cnate°-as  well"  ,W  P*f ^  telegraPh' 
ployed  by  me.     And  afl  o7he,?™,7  ,  S  falanes  of  Inspectors   em- 

pany  in  oonnexioT with  ™2  7  V°PlAy  charS^bh  against  the  Com- 

lstLe*  enS1"enn»"  for  three  an«  a  half°years  up  to  the 

Stre  Jin  STc^A**  ?  *"jj***  ^7(  ft"  front)  a*  *>  **  of  York 
house-and  which  «£?,  designed  to  erect  our  passenger  station 
and  Guelph  RaZfotf  *  ""  *Wa[ly  five  yearS  since  forthe  Tor°nto 
by  the  ccLracto  and  ?s7  ^  **!*  &t  the  time  °f  the  a™algation  assumed 
Trunk.  ThSiS  £•"*  C°nVeyed  at  its  COf*  to  lhe  Gla*d 
for  adjoigning'lots  Lore  ,h„  fi  P"T'rty' S^8^  fr°m  the  Plice  asked 
in  the estimate*,'  Ja"  five  tJmes  the  amount  at  which  it  is  rated 
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The  third  and  last  item  is  for  smoke  pipes,  &c.  &c.  for  the  several 
engine  stables  on  the  line.  The  several  items  of  expenditure  above  re- 
ported will  sum  up  as  follows  : 

ABSTRACT  OF  FINAL  ESTIMATE. 
C.  S.  GZOWSK1    &  CO, 

TORONTO  TO  ST.  MARY'S  JUNCTIONS  97^  MILES. — FROM     QUEEN'S  WHARF  STATION. 

Contract  expenditure  on,  page  3 £961,252  0  0 

Additional  rolling  stock,       "       58,080  0  0 

Schedule  C— Increased  sidings  6  9-10  at  £4750,  page  5.  32,775  0  0 

«       A. — Additional  way  station  accomodation    "  21,100  O  0 

«       B.             Do.         Toronto           do.         page  6.  18,680  0  0 

Double  track,  bridge  and  abutments,  page  7 26,000  0  0 

Sundry  accounts,  page  7 4,170  0  0 

Total  Sterling £1,122,057     0     0 

Total  Currency £1,365,169     0     0 

Against  which  has  to  be  charged  : — • 

For  1st.  Toronto  passenger  station £6,000  0  0 

2d.  Incomplete  work,  Toronto  to  Stratford 4,000  0  0 

3rd.  Completion  of  road,  Stratford  and  St.  Mary's, 

June 12,080  0  0 

Total  deductions,  Sterling £22,080     0     0 

Leaving  amount  of  work  done,  Sterling £1,099,979     0     0 

Currency 1 ,338,305     0     0 

The  amount  of  certificates  Nos.  1  to  36  inclusive,  al- 
ready granted  for  the  works  between  Toronto 
and  St.  Mary's  is,  Sterling £1,082,858     9     6 

And  of  a  supplementary  one  issued  in  July,  1856  on  ac- 
count of  additional  stations 1,650     0     0 

Making  total  amount  heretofore  estimated £  1 ,084,508     9     6 

The  balance  now  due  Contractors  therefore  will  be  : 

Sterling £15,468   10     6 

Currency £18,819   10     9 

The  average  cost  of  the  completed  road  from  the  Queen's  wharf  station 
here  to  the  Junction  near  St.  Mary's,  97J  miles,  amounts  at  the  foregoing 
estimate  to — 

In  Sterling  per  mile £11,500     0     0 

Currency £14,000     0     0 

The  average  cost  of  the  Great  Western  Railway  verges  on  £16,000 
Currency  per  mile. 

(Signed)  WALTER  SHANLY, 

Engineer. 
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[     No.  20.     ] 

Report  of  A.  M.  Ross,  Esquire,  and  Appendix  to  the  same. 

No.  4. 
(Copy.) 

20th  December,   1856 
To  the  Honorable  John  Ross, 
President  of  the  Grand  Trunk 
Railway  Company. 

Sir, — In  finally  reporting  upon  the  completion  of  the  Section  from 
Montreal  to  Toronto,  I  have  to  make  the  following  exceptions.  In  the 
neighbourhood  of  Gananoque,  Brighton  and  Grafton,  some  top  Ballasting  re- 
mains yet  in  complete  which  cannot  be  done  until  the  spring  of  next  year, 
the  value  of  this  is  estimated  at  £3,000  sterling ;  there  is  also  a  sum  of 
£6,000  sterling  retained  as  the  proportion  due  to  the  Toronto  Passenger 
Station,  the  building  of  which  must  be  deferred  until  the  side  is  fixed, 
upon  the  completion  of  the  Esplanade.  These  are  the  only  incomplete 
works  comprised  by  reasonable  intendment  in  the  Contract  amount  of 
£3,000,000  stg.  The  amount  (£15,000)  provided  for  the  Passenger  Sta- 
tion at  Montreal,  you  are  aware  has  beeu  absorbed  in  the  enlarged  accom- 
modation required  at  Point  St.  Charles  for  the  amalgamated  lines. 

The  Contract  amount  for  the  establishment  at  Montreal,  required  for 
the  Montreal  and  Toronto  Section  was  £45,000,  including  the  passenger 
Station.  This  amount  has  been  exceeded  in  the  buildings  already  erected 
to  the  extent  of  £47,497  7,  as  shewn  by  account  marked  A  ;  the  area  co- 
vered by  these  buildings  is  nearly  three  times  the  extent  of  the  plans  at- 
tached to  the  contract,  which  provide  only  for  the  amount  necessary  for 
the  section  to  which  it  refers  (Montreal  and  Toronto,)  the  lines  subsequent- 
ly amalgamated  with  the  Grand  Trunk  Railway  East  and  West  required 
the  provision  at  Montreal  ultimately,  determined  upon  and  proceeded  with 
to  the  extent  described,  which  are  ample  as  at  present  arranged  until  the 
bridge  is  completed,  when  it  will  doubtless  become  necessary  to  erect  an 
independent  passenger  building  as  originally  designed,  although  perhaps 
of  much  larger  dimensions  and  similar  in  character  to  that  lately  construc- 
ted at  Portland,  which  of  the  extent  required  may  cost  about  £30,000. 
The  shops  for  the  repairs  and  construction  of  new  stock  have  been  amply 
supplied  and  furnished  with  the  requisite  machinery  and  tools  for  car- 
rying on  the  works  of  the  Establishment  at  a  cost  of  £18,936  5  10  as  shewn 
by  account  marked  B. 

At  the  period  when  the  contract  were  let,  provision  only  was  made  for 
an  Establishment  at  Montreal  sufficient  for  the  requirements  of  the  section 
between  Montreal  and  Toronto,  333  miles.  The  cost  of  this  was  computed 
at  £45,000  stg.,  and  may  be  considered  as  a  liberal  apportionment  for  the 
purpose  intended. 

The  subsequent  amalgamation  of  the  various  sections  of  the  Grand 
Trunk  Railway  to  be  united  by  the  Victoria  Bridge  at  Montreal,  indicates 
the  propriety  of  a  re-arrangement  of  these  Works,  so  as  to  afford  an  Esta- 
blishment of  sufficient  magnitude  to  accommodate  the  requirements  in 
repairs  and  construction  of  Rolling  Stock  for  900  miles  of  Railway,  hence 
the  apparently  large  expenditure  under  this  head. 
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In  addition  to  this  a  further  expenditure  has  been  incurred  of  a  very 
important  character  connected  with  the  transport  of  freight  in  bulk  across 
the  St.  Lawrence  by  the  construction  of  a  wharf  of  considerable  extent  in 
deep-water  below  the  Bridge,  and  communicating  by  rail  with  the  Station 
at  Pointe  St.  Charles  until  the  Victoria  Bridge  is  completed,  which  will 
depend  entirely  upon  the  amount  of  funds  furnished  for  its  prosecution. 

This  connection  with  the  River  is  necessary  for  carrying  on  the  Goods 
Traffic  of  the  Railway  without  breaking  bulk,  the  only  means  by  which 
the  trade  can  be  secured  at  a  price  which  would  justify  the  selection  of  the 
Grand  Trunk  Route  from  the  West. 

The  cost  of  this  work  as  shewn  by  Account  marked  D,  is  £17,673 
10s.   Id. 

This  is  now  completed  and  ready  for  use  on  the  opening  of  the  navi- 
gation in  the  Spring,  and  for  the  future  this  wharf  will  enable  seagoing 
vessels  to  come  alongside  and  discharge  their  cargoes  at  once  into  the 
Railway  cars  for  transport  westward. 

Its  construction  is  similar  to  that  usually  adopted  in  this  Country  for 
wharf  purposes  and  corresponding  with  the  Toronto  Esplanade.  In  point 
of  cost  it.  is  lully  20  per  cent  lower  than  that  paid  for  the  works  of  the  Es- 
planade by  the  City  of  Toronto,  and  in  this  respect  cannot  be  otherwise 
regarded  than  as  cheaply  obtained. 

The  next  account  of  any  importance  arises  in  consequence  of  the  very 
insufficient  means  provided  by  the  Contract  in  reference  to  Sidings,  which 
was  limited  to  3  per  cent  only  upon  the  mileage  ;  this  has  been  increased 
to  full  10  per  cent  as  the  least  possible  amount  necessary  for  the  most  or- 
dinary requirements,  and  I  may  here  take  occasion  to  add  that  within  the 
next  three  years,  five  or  six  per  cent  more  will  be  found  necessary,  which 
will  amount  to  nearly  twenty  miles  additional  track.  The  excess  already 
provided  on  this  head  amounts  to  the  sum  of  £125,353  as  per  Account  D,  and 
contains  not  only  the  additionnal  sidings  found  to  be  necessary  at  the 
Road  Stations,  that  at  Montreal  alone  amounting  to  six  additional  miles, 
but  also  the  Branches  into  the  various  ballast  fields  along  the  Line  as  well 
as  the  connecting  link  with  the  Ottawa  Railway  near  Prescott  and  Mile, 
the  extension  to  the  Market  Hall  at  Toronto  and  also  the  Branch  Line  to 
Lyn  Mills,  three  quarters  of  a  Mile. 

Maps  of  all  the  Stations  are  prepared  shewing  to  extent  and  arrange- 
ment of  the  sidings  as  they  now  exist,  and  from  which  the  amount  has  been 
made  up  and  verified  by  the  Resident  Engineers  of  the  respective  districts. 

The  next  item  of  expenditure  already  incurred  beyond  the  Contract 
requirements  has  reference  to  the  masonry  of  the  Bridges  ;  the  foundations 
of  all  these  structures  were  required  to  be  brought  up  to  water  surface  or 
surface  of  the  ground,  as  the  case  might  be,  of  sufficient  width  for  a  double 
track. 

This  has  been  done,  and  in  addition,  I  directed  the  abutments  of  all 
the  Bridges  to  be  at  once  finished  to  the  top,  because  to  prepare  the  found- 
ations only  of  such  portions  of  a  Bridge  would,  when  required  to  be  built 
to  the  top,  endanger  the  Railway  whenever  the  embankments  would  be  in- 
terferred  with,  as  must  be  the  case  in  every  instance  where  an  abutment 
has  to  uphold  an  embankment. 
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To  obviate  this,  I  had  them  built  to  the  necessary  height  at  once  ;  and 
I  have  certified  for  the  payment  accordingly,  as  beyond  the  provisions  of 
the  Contract. 

The  propriety  of  so  doing  of  coure  rests  with  me  ;  and  I  am  convinced 
that  no  one  who  can  properly  appreciate  the  object  gained  will  question 
it ;  the  amount  of  the  account  is  £18,552   10s.  %0d.  as  per  statement  E. 

The  next  account  is  that  of  the  Road  Stations,  marked  F,  shewing 
an  excess  under  this  head  of  £28,994  sterling. 

It  will  be  remembered  that  in  my  report  to  the  London  Board,  (21st. 
February,  1855,)  I  suggested  that  in  order  to  meet  the  increased  demand 
for  Stations  we  should  be  allowed  to  construct  those  enumerated  in  the 
contract  in  a  less  costly  manner  by  the  substitution  of  timber  stations  ins- 
tead of  stone  or  brick,  and  so  endeavour  as  far  as  practicable  to  cover  the 
cost  of  the  increased  number  required,  by  the  economy  thus  recommended  ; 
the  idea  however  of  substituting  timber  for  brick  or  stone,  created  at  the 
time  so  loud  a  clamour  throughout  the  country  generally,  participated  in  by 
the  representatives  in  Parliament,  that  the  demand  for  brick  or  stone  had 
to  a  great  extent  to  be  submitted  to,  and  the  consequence  is  that  instead  of 
being  enabled  to  cover  the  cost  of  the  additional  stations  erected,  by  the 
substitution  of  less  costly  structures,  the  account  marked  F  shews  an 
excess  on  this  head  of  £28,994  sterling,  as  above  stated. 

The  account  marked  G  amounting  to  £5,192  15s.  Od.  has  been  in- 
curred in  consequence  of  a  request  by  the  Board  of  Works  for  improvements 
at  St.  Anns  connected  with  the  navigation  which  they  insisted  upon  the 
Railway  Company  constructing  at  that  place,  consequently  this  expenditure 
could  not  have  been  avoided. 

The  next  account  marked  H  is  one  which  in  the  aggregate  will  amount 
to  £10,220  lis.  Od  sterling,  and  is  for  the  extension  of  the  line  from  the 
Don  Station  at  Toronto  to  the  point  where  it  unites  with  the  east  end  of 
the  Esplanade  between  East  street  and  Berthley  street,  a  distance  of  800 
yards.  The  filling  in  and  crib  work  necessary  for  this  extension  is  consi- 
derable, extending  as  it  does  to  nearly  half  a  mile,  the  cost  of  which  is 
made  out  in  the  same  ratio  as  paid  by  the  City  of  Toronto  for  similar  work 
in  the  construction  of  the  Esplanade. 

This  work  is  now  in  progress,  but  not  quite  complete,  an  amount  of 
£3,287  13s.  5d.  was  paid  op  account  in  July  last,  the  remainder  will  have 
to  be  certified  when  the  work  is  complete. 

The  contract  provides  only  for  Engine  Houses  at  Moutreal,  Kingston 
and  Toronto.  It  has  however  proved  absolutely  necessary  that  small 
Stables  or  Engine  Houses  should  be  built  at  shorter  intervals,  and  they 
have  been  provided  at  Cornwall,  Brockville,  Belleville  and  Cobourg  as 
shewn  in  account  marked  I  amounting  to  £19,000. 

A  summary  of  these  statements  will  stand  as  follows  : 

Amount  of  Contract,  Montreal  and  Toronto £3,000,000     0  0 

Account  marl  ed  A.  Station  buildings  at  Montreal.  47,497     7  0 

B.  Tools  for  machine  shops 18,936     5  10 

C.  Landing  wharf  at  Victoria  bridge 17,673  10  1 

D.  Increased  sidings 125,353     0  0 

E.  Masonry  in  bridge  abuttments 18,552   10     0 
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F.  Road  stations,  increased  number 28,994  0  0 

•    G.  Wharf  at   St.   Amies,  by  order  of  Board  of 

Works 5,192  15  0 

H.  Extension  of  line  at  Toronto  to  unite  with 

Esplanade ' 10,220  11  0 

I.  Additional  engine  houses 19,000  0  0 

£3,291,419   18  11 
Cr. 

Amount  retained  for  finishing  Ballasting,  Gananoque 

to  Kingston 3,000 

Amount  retained  for  proportion  of  Toronto  station 6,000 

Amountyetto  certify  onextension  at  Toronto,  6,932   17    7  15,932   17  7 

Amount  of  accounts  certified  to  this  date £3,275,487     1     4 

m 

These  results  shew  an  excess  of  about  9|  per  cent,  upon  the  estimate 
cost  of  333  miles  of  railway,  satisfactorily  accounted  for  in  eight  items  of 
expenditure,  and  when  it  is  considered  that  these  embrace  an  establishment 
at  Montreal,  suited  for  the  maintenance  of  900  miles  of  railway,  furnished 
with  all  the  requisite  tools  for  carrying  on  the  repairs  and  also  the  con- 
struction of  new  rolling  stock  of  every  description,  an  amount  of  additional 
sidings  equal  to  fully  8  per  cent,  beyond  the  limited  quantity  prescribed 
by  the  contract,  a  landing  wharf  of  capacious  dimensions  at  Montreal,  for 
facilitating  the  transport  of  goods  in  bulk  across  the  river  until  the  bridge 
is  completed,  as  well  as  thirteen  additional  road  stations,  including  four 
additional  engine  stables,  where  none  had  been  provided  for,  I  do  think 
the  advantages  gained  are  fally  equal  to  the  cost  and  to  the  efficiency  of 
the  line  indispensable  even  at  this  early  stage  of  its  operations. 

I  have  already  referred  to  the  possible  further  outlay  necessary  for 
sidings  which  will  be  imperative  to  keep  pace  with  the  growing  traffic,  we 
have  every  reason  to  expect,  and  which  must  be  stedfastly  kept  jn  view, 
as  also  an  increase  in  rolling  stock,  which  every  days  experience  shews 
to  be  necessary,  this  is  of  the  last  importance,  the  difficulty  already  ex- 
perienced in  carrying  the  goods  which  offer  at  Toronto,  unless  promptly 
met,  will  militate  against  the  character  and  efficiency  of  the  line  to  an 
extent  which  would  permanently  injure  its  prosperity. 

The  Locomotive  Superintendent  should  immediately  be  authorized  to 
provide  additional  engine-power.  This  he  has  ample  means  of  accom- 
plishing; and  of  expediting  at  the  establishment  at  Point  St.  Charles,  by 
prompt  arrangements,  with  these  objects  in  view,  he  will  be  enabled  to 
keep  pace  with  the  growing  requirements  of  the  line.  Additional  rolling 
stock  in  box-cars  he  is  now  proceeding  with  to  a  limited  extent,  under 
instructions  from  the  Finance  Committee. 

There  is  one  point  of  great  importance  in  the  economy  necessary  for 
future  operations  in  the  repair  of  existing  stock,  as  well  as  in  the  construc- 
tion of  new,  and  that  is  in  reference  to  wheels. 

In  the  new  building  at  Point  St.  Charles,  provision  is  made  for  an  iron 
foundry  68  feet  by  40  feet ;  this  department  should  be  immediately  furnished 
with  the  requisites  necessary  for  carrying  on  this  important  branch  of  busi- 
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ness.  In  the  article  of  wheels  alone  a  saving  of  several  thousands  a-year 
would  accrue,  and  the  difficulties  heretofore  experienced  in  obtaining  the 
proper  article  of  the  proper  kind  would  be  at  once  obviated. 

This  is  a  point  which  should  have  immediate  attention  ;  and,  under 
the  management  of  the  Locomotive  Superintendent,  a  uniformity  of  design 
or  pattern  would  be  adopted,  and  a  large  annual  saving  effected. 

The  broken  metal  would  be  re-cast  upon  the  Company's  premises,  cost 
and  trouble  of  transport  avoided,  and  any  sacrifice  in  its  sale  to  other 
manufacturers  saved. 

The  replacement  of  injured  and  broken  rails  is  an  item  of  expenditure 
connected  with  the  maintenance  of  the  road  which  will  annually  increase, 
and  upon  940  miles  of  road  will,  in  the  course  of  a  few  years,  amount  to  a 
large  sum. 

At  present  there  is  upon  the  sections  recently  opened  but  little  to 
contend  with  on  this  head  beyond  what -is  produced  by  the  severity  of  the 
frost ;  this  occurs  at  the  rate  of  about  one  rail  in  a  mile  during  the  winter 
season,  or  in  the  ratio  of  1  in  500,  which  does  not  amount  to  anything 
serious. 

Those  portions  of  the  eastern  section  which  have  been  in  operation  for  six 
or  seven  years  shew  a  different  result,  and  the  renewal  upon  the  Portland  line 
already  amounts  to  500  tons  annually,  in  the  ratio  of  1  in  30,  so  that  of  150 
miles  comprised  in  this  section,  5  miles  of  rails  will  require  to  be  annually 
replaced.  To  some  extent  inferior  iron  may  account  for  this,  although  the  chief 
cause  of  so  premature  a  decay  is  owing  to  the  insufficient  completeness  of  the 
road  at  its  commencement  being  open  for  some  years  when  but  partially 
ballasted.  The  rails  necessarily  were  badly  used,  twisted  and  broken, 
similar  causes  have  produced  similar  results  upon  the  St.  Lawrence  and  , 
Atlantic  Line  (Longueuil  to  Island  Pond)  although  not  to  the  same  extent. 
Nevertheless  the  renewals  upon  this  section  have  been  considerable, 
amounting  to  the  rates  of  about  1  in  50.  The  renewals  required  for  the 
Portland  section  have  for  the  last  two  years  been  economically  managed  ; 
an  arrangement  was  effected  with  a  Manufacturer  at  Boston  to  re-roll  our 
old  rails  for  £o  stg.  per  ton,  supplying  a  ton  of  new  for  every  ton  of  old 
sent  to  the  mill. 

The  cost  of  transport  from  Portland  and  back,  including  all  charges 
being  10s.  stg.  per  ton,  so  that  for  £5  10s.  stg.  per  ton  we  have  our  rails 
renewed. 

I  do  not  think  that  lor  the  present  we  can  improve  upon  this  arrange- 
ment in  so  far  as  the  United  States  portion  of  the  line  is  concerned.  It  is 
therefore  with  reference  to  the  Canadian  portion  of  the  line  (about  750 
miles)  that  we  must  be  prepared  to  deal  and  make  such  provision  as  is 
necessary  for  the  requirements  of  this  important  branch  of  expenditure. 
There  is  at  present  no  establishment  existing  in  Canada  where  such  work 
could  be  performed,  and  in  view  of  the  growing  wants  of  the  Railway  in 
this  particular,  when  to  replace  the  ordinary  wear  and  tear  of  750  miles  of 
Railway  will  require  the  re-rolling  of  60  tons  per  week,  equal  to  3,000 
tons  per  annum  :  (estimating  the  life  of  a  rail  at  25  years)  it  is  necessary 
that  what  is  required  for  carrying  on  this  branch  of  the  service  should  be 
provided. 
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A  rolling  mill  of  moderate  extent  capable  of  turning  out  a  hundred  tons 
per  week  if  necessary,  would  in  the  Company's  hands  effect  a  saving  of 
£15,000  per  annum. 

The  locality  best  suited  for  this  purpose  on  every  point  of  view  is  at 
Point  St.  Charles,  and  as  soon  as  praticable  the  establishment  required 
should  be  provided,  the  cost  of  which  would  not  exceed  the  amount  of  one 
year's  saving  upon  the  above  estimate. 

There  is  one  other  item  of  expenditure  I  have  yet  to  refer  to,  though 
of  less  consequence  than  any  yet  mentioned,  it  is  still  of  importance  suffi- 
cient to  justify  the  Company  becoming  their  own  Gas  Manufacturers  for 
the  establishment  at  Point  St.  Charles,  where  from  five  to  seven  hundred 
lights  will  in  the  winter  season  shortly  be  required. 

The  charge  for  this  article  in  Montreal  is  exorbitant,  12s.  Stg.  per 
thousand.  I  am  quite  certain  that  it  can  be  produced,  allowing  reasonable 
remuneration  for  the  outlay  required,  at  forty  per  cent  under  the  above 
cost,  including  every  expense  attending  its  production,  which  an  outlay  of 
£4,000  would  amply  effect. 

The  repairs  of  the  Permanent  Way,  an  important  item  in  the  Current 
Expenses,  has  been  arranged  for  throughout  the  whole  of  the  lines  in 
operation  from  Portland  to  Stratford,  as  also  from  St.  Thomas  to  Richmond, 
and  I  consider  upon  very  reasonable  terms  ior  three  years,  in  eight  con- 
tracts at  an  average  of 

currency  per  mile  for  the  first  year, 
do  do       for  the  second  year, 

do  do       for  the  third  year. 

The  aggregate  length  thus  let,  being  856  miles.  The  parties  engaged 
are  all  experienced  in  Railway  works  and  well  suited  for  their  respective 
divisions. 

The  contracts  have  been  prepared  by  Mr.  Doucet,  the  Notary,  of 
Montreal,  and  have  the  specifications  attached  thereto. 

In  proceeding  to  report  upon  the  Western  Section  from  Toronto  to  St. 
Mary,  I  annex  a  very  full  report  and  accompanying  account  prepared 
agreeably  to  my  instructions  by  Mr.  Walter  Shanly  who  has  been  in  charge 
of  that  division  from  its  commencement. 

The  observations  I  have  already  made  in  reference  to  Sidings  and  ad- 
ditional accommodation  and  Bridge  abutments,  apply  equally  to  the  Western 
Section,  the  details  of  which  are  amply  shewn  in  Mr.  Shanly's  statements, 
a  summary  of  which  is  as  follows : 

Contract  Estimate,  Toronto  to  St.  Mary,  97|-  miles £96 1252 

Additional    Rolling  Stock  being  that  due  to  the  Section  from 

St.  Mary  to  Sarnia  in  full  under  the  whole  contract 58080 

Additional  Siding  6yV  miles 32775 

Additional  Station  accommodation 39780 

Bridge  Abutments 26000 

Sundries  as  per  report 4170 


£97 

5 

0 

93 

15 

0 

93 

5 

0 

£1122057 
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Against  which  I  have  deducted  for  Toronto  Passenger  Station 
one  \ '  •  *  * 

Cost  due  by  this  Section £6000     0     0 

For  incomplete  work  per  report  to  Stratford. . . .   4000     0     0 
Do.  from  Stratford  to  St.  Mary's  deferred  till  de- 
termination   of    Western   Extension   by   the 

Company 12080     0     0 

22080 


£1099977     0     0 
Of  this  amount  there  was  certified  to    1st  July   last  the 

sum  of 1084508     9     6 


Leaving  a  balance  of  which  I  have  now  certified £    15468  10     6 


When  it  was  determined  to  suspend  the  construction  of  the  Line  West 
of  Ste.  Mary's,  it  became  necessary  to  define  the  relative  amount  and  value 
of  the  work  to  be  done  upon  the  section  proceeding  with. 

This  was  found  to  amount  to  the  value  of  very  nearly  £10,000  per 
mile  ;  leaving  barely  £6,000  per  mile  for  the  remainder.  The  work  upon 
the  suspended  portion  being  very  light,  and  with  only  one  Bridge  of  small 
extent  comprised  therein  sufficiently  accounts  for  this. 

The  rolling  stock  due  to  the  Western  portion  valued  at  £750  per  mile 
was  also  added  to  that  of  the  Eastern  End,  swelling  the  amount  of  the 
part  constructed  to  an  apparently  inordinate  sum  ;  although  in  reality  for 
the  work  done  and  material  in  rolling  stock  supplied,  the  vast  proportion 
only  due  to  it  has  been  taken  to  account  and  allowed  for. 

I  have  the  honor  to  be,  Sir, 

Your  obedient  Servant, 

(Signed,)  A.  M.  ROSS, 

Chief  Engineer. 
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Appendix  to  Report  of  A.  M.  Ross,  Engineer. 

A. 
GRAND  TRUNK  RAILWAY  OF  CANDDA.      . 

MONTREAL    DIVISION. 

Expenditure  at  Point  St.  Charles  Station,  Montreal,  estimated  in  Contract 

as  amounting  to  £45,000. 


1856.      I 

November.  Erecting  and  boiler  shop 

jFitting  and  turning  shop,  foundations  for  machi- 
nery, fixing,  do 

Shafting:  30  horses  engine 


Smithy  and  stores 

"       fittings  and  stores  in  1855. . .'. 

Fixing  stationary  engine,building  smith's  hearths, 
blast  pipes,  &c „• 


£     s.    d. 


6.256  19     9 
3,361     3    0 


6,266  19 
443     1 


Car  shop 

"    tools  and  machinery 


Fire  engine  complete 

Engine  paint  shop 

Car  paint  shop 

Engine  stable  No.  1 

Engine  stable  No.  2 > 

Freight  and  passenger  station,  including  plat- 
forms, &c 

Wood  shed 

Car  shed 

Water  supply 

Drainage 

Roads  levelling  up  station  grounds 

Hospital  shop  for  repairs  to  cars  with  travellers, 
and  platform. 

Fencing  round  workshops  south  of  line 

Iron  store 

Store  for  waste,  oil,  grease 


Cr. 

By  amount  included  in  original  contract 
By  certificate,  February,  1856 

"  May 

"  September 

a  tc 

"  October '. ... 

<(  a 


45,000  0 

13,912  6 

4,000  0 

5,930  18 

4,000  0 

5,000  0 

2,000  0 


£ 
17,495 


9,613 


s.    d. 
5    5 


2,242    7     9 


7,209    0    0 
2,967    2    4 


1,500    0  0 

487  10  0 

421  11  7 

328     1  2 


8,952  8  3 


10,176 

2 

4 

398 

0 

0 

3,588 

0 

0 

1,985 

10 

6 

8,204 

1 

1 

8,204 

1 

4 

7,349 
1,266 
1,041 
1,495 
3,127 


14  9 

10  8 


6 

9 

15 


2,737  2 


14  11 


92,497  7  0 


79,843  4  11 


12,654  2  1 
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B. 

GRAND  TRUNK  RAILWAY  OF  CANADA. 

MONTREAL    DIVISION. 

Certificate  of  Stationary  Engines,  Machinery  and  Tools  supplied  and  fixed 
in  permanent  workshops — Montreal  Station. 


1856. 

To  amount  as  per  detail 

£    s.    d. 
18,936    5  10 

November. 

1856. 

Cr. 

By  amount  of  certificate 

12,000    0    0 

January  1. 

Certified  20th  December,  1856. 

6,936    5  10 

c. 

GAAND  TRUNK  RAILWAY  OF  CANADA. 

MONTREAL    DIVISION. 

Certificate  of  additional  Works  in  construction  of  Freight  Wharfs  at  North 
abutment  Victoria  Bridge,  Montreal. 


159,474  feet  lineal  flatted  and  square  timber  in  crib  work, 

including  materials,  labor  and  waste,    at  9d 

84,826  feet  superficial  pine  and  elm  planking,   materials, 

labor  and  waste,    4d 

244  lbs.  bolts  jumped  into  the  rock,   4s 

3,537  feet  cube  elm,  materials,  labor  and  waste,    Is.  3d. . 

11,091  yards  cube  stone  filling-  to  crib   work,  8s 

48,627  lbs.  of  iron  in  ring  bolts,  an^le,  plates,  &c->    4d 

57,153  yards  cube  earthwork  in  filling  between  crib   work 
and  in  embankment  to  wharf,    Is.  8d 


£ 
5,980 


s.    d. 
5    6 


Cr. 


By  amount  of  previous  certificate. 


Sterlin; 


1,413  15  4 

48  16  0 

221     1  3 

4,436    8  0 

810     9  0 

4,762  15  0 


17,673  10     1 
11,000    0    0 


6,673    10    1 


D. 

GRAND  TRUNK  RAILWAY  OF  CANADA. 

TORONTO    DIVISION. 

Total  Abstract  of  Sidings. 


1856. 
January  1. 


Montreal  division 

Kingston  division 

Toronto  division 

Total. 


Cr.  By  amount  of  certificates. 

Certificates  for 

do 


Amount  of  present  certificate Sterling. 


£  s.  d. 
62,849  0  0 
21,565    0    0 


3.    d. 


125253    0    0 


41,182  10  0| 
5,000  0  0 
M  46,182  10    0 

.179,170  10    0 
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E. 

GRAND  TRUNK  RAILWAY  OF  CANADA. 

MONTREAL    AND    TORONTO    SECTION. 

Additional  Works  on  Double  Abutments  to  Bridges. 


Bridges  over  tail  race,  Montreal- 
Masonry  

Embankment 


St.  Anne's  Bridge — 

Masonry  .... 
Embankment. 

Vaudreuil  Bridge — 

Masonry  .... 
Embankment , 

River  Rouge — 

Masonry  .... 
Embankment. 

River  De  lisle — 

Masonry  .... 
Embankment. 


River  Beaudette — 

Masonry  .... 
Embankment. 


Wood's  Creek — 

Masonry  .... 
Embankment. 

Sutherland's  Creek — 
Masonry 
Embankment . 


Black  River- 


Masonry  .... 
Embankment 


Hoople's  Creek — 

Timber,  iron  and  masonry 
Embankment , 


Matilda  Culverts — 

Masonry 
Embankment. 


Bytown  and  Prescott  Railway- 
Masonry  

Hubbies'  Creek  Bridge — 

Masonry 

Embankment. . . 


£        6. 

165  0 
32  10 

d. 

8 

1,162  0 
888  15 

0 
0 

648  0 
89  18 

0 

6 

395  0 

70  2 

0 

6 

205  0 
15  16 

0 

6 

245    0    0 

98    5    0 


95  10    0 
26  12    6 


82  10    0 
11     2    0 


237  10    0 
30  13     6 


1,097  10    0 
347    9    0 


69    5    0 
78  16    6 


Carried  forward , 


374  10  0 
195  0  0 


£     s.  d. 

196  10  0 

2,050  15  0 

737  18  6 

465  2  6 

220  16  6 

343  5  0 

122  2  6 

93  12  0 

268  3  6 

1,444  19  0 

148  1  6 

365  0  0 

569  10  0 


7,025  16  0 
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Additional  Works  on  Double  Abutments  to  Bridges. — Continued, 


Brought  forward. 
Lyn  Creek  Bridge — 

.  Masonry , 

Embankment 


>.    d. 


157  10    0 
46  13    0 


Yonge  Mills  Bridge — 

Masonry  .... 
Embankment. 

Vanston's  Pond  Bridge — 
Masonry 
Embankment . 


94  10    0 

99  19    6 


Gananoque  Bridge — 

Masonry  .... 
Embankment. 

Rideau  Canal — 

Masonry  .... 
Embankment. 


McGinn's  Creek — 

Masonry  .... 
Embankment. 


112    0    0 
50    0    6 


525    0    0 
174  19    6 


590    0    0 
560    0    0 


160    0    0 
60  10    6 


Salmon  River- 


Masonry I    1,202  10    0 

Embankment 400    0    0 


Moira  River- 


Trent  River- 


Masonry  

Embankment , 


1,380    0    0 
60    0    0 


Masonry I    1,050    0    0 

Embankment 83  17    0 


River  Don  Bridge 

Highland  Creek  Bridge 

Rouge  Creek 

Old  Saw-mill  Creek... 

Dufhn's  Creek 

Oshawa  Creek 


Total. 


750  0  0 

1,630  0  0 

1,246  5  0 

132  10  0 

480  0  0 

480  0  0 


1856.       Cr. 
January  1.   Certificate. 


By  certificates. 


June  1. 
July  1. 
Dec.  1. 


Do. 
Do. 
Do. 


6,456  0  0 

4,718  15  0 

5,546  17  6 

1,830  2  6 


£     s.  d. 
7,025  16  0 


204  3  0 

194  9  6 

162  0  6 

699  19  6 

1,150  0  0 

220  10  6 

1,602  10  0 

1,440  0  0 

1,133  17  0 


4,718  15  0 


18,552  1  0 


18,552  1  0 
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Montreal,  20th  December,  1856. 

TO  THE  SECRETARY   OF  "THE  GRAND  TRUNK  RAILWAY 

COMPANY. 

I  certify  that  the  sum  of  Twenty-eight  thousand  nine  hundred  and 
ninety  four  pounds  sterling,  is  due  to  the  contractors  Messrs.  Jackson,  Peto, 
Brassey  and  Betts,  for  additional  station  accommodation  provided  on  the 
Montreal  and  Toronto  section  of  the  Grand  Trunk  Railway  of  Canada. 


(Signed) 
£28,994  sterling.     See  Detailed  Account. 


ALEX.  M.  ROSS, 


Engineer. 


GRAND  TRUNK  RAILWAY. 


MONTREAL    AND    TORONTO. 

Statement  shewing  accommodation  at  Stations  contracted  for  and  provided. 


NAME  OF  STATION. 


Blue  Bonnets — lodge,  platform  and  cottage. . . . 

Pointe  Claire — station  and  dwelling 

St.  Anne's — station  and  dwelling 

Vaudreuil  Station — dwelling  and  freight  at- 
tached, two  tanks,  sand  roads,  syphon,  pipe 
to  river,  warming  apparatus 

Cedars — lodge  and  platform 

Coteau  Station — dwelling  and  freight  attached. 

Beaudette — lodge  and  platform 

Lancaster — as  per  contract. 

Grants  road — lodge  and  platform 

Moulinette — lodge  and  platform 


Contract. 


Dickenson's  Landing — station,  dwelling  and 
freight  attached 

Aultsville — lodge  and  platform 

Williamsburg — according  to  contract. 

Matilda — according  to  contract . 

Edwardsburgh — station,  dwelling  and  freight 
attached 

Prescott  Junction— including  refreshment  room, 


luggage,  slide  and  stairs 


Prescott — according  to  contract,  except  accom- 
modation for  station-master 

Maitland 

Brockville — according  to  contract  except  dwell- 
ing  

Lynn 


Carried  forward , 


750 
750 
750 


750 
750 


750 
750 


750 


300 


300 
750 


Provided. 


230 
500 
500 


1,351 
130 
700 
140 

130 
147 

700 
102 


700 
900 


Excess. 


721 


700 


1,351 


140 


147 


900 


721 


3,361 


Deficiency. 


520 
250 
250 


620 
50 


620 
50 

50 
300 


300 
50 


3,060 
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Statement  shewing  accommodation  at  Stations,  &c. — Continued. 


NAME  OF  STATION. 


Brought,  over 

Mullory  Town — including  freight,  tank,  wood- 
shed, land,  &c 

Lansdowne 

Gananoque — according  to  contract. 

Kingston  Mills — including  land,  fencing,  tank 

house,  deep  well,  pump,  &c 

Kingston — according  to  contract,  refreshment 


Contract. 


Engine  for  pumping,  including  engine-house 
pipe,  right  of  way  excavation,  &c 

Collins  Bay,  including  land  fencing  and  earth 
work 

Ernestown — according  to  contract,  mill  creek, 
tank  house 

Napanee — according  to  contract,   engine    for 
pumping  including  engine-house  pipe  exca 
vation,  &c 

Tyondonoga — including  land    fencing,    tank' 
house  and  well 

Shannonville — according  to  contract. 

Belleville — according  to  contract  except  dwell- 


ing. 


Including  engine-house  pipes  excavation. . . 
Trenton — according  to  contract. 
Bughton — according  to  contract. 
Colborne — according  to  contract. 

Grafton 

Cobourg — refreshment  room  instead  of  dwelling 

according  to  contract. 
Port  Hope — can  be  altered  to  contract. 
Port  Britain — flag-station  and  dwelling,  tank 

and  wood  shed,  land,  etc 

Newtownville — flag-station  dwelling,  tank  and 

land 

Newcastle 

Bowmanville — can    be    altered    according  to 

contract. 
Oshawa — flag-station  dwelling,  tank,  land,  &c 
Whitby — can  be  altered  to  contract . 
Duffins'  Creek , 


Frenchman's  Bay — station  dwelling,  land,  &c, 

Port  Union 

Markham  Road 

East  York — station  dwelling,  land,  &c 

Don   Station — including  Buck's    building  for 

offices,    platforms,    tank-house,    woodshed, 

and  accommodation  for  emigrants 

Contract  provides   for   15  freight-houses  ;  32 

have  been  built  independent  of  stations  ; 

additional  length,  620  feet 

Excavation  filling,  and  approaches  to  do 


Amount  charged  in  excess. 


750 


300 


750 


750 


750 


750 
750 


Provided 


1,599 
700 


1,027 

3,245 

850 

744 

351 

1,180 
1,054 


Excess. 
3,361 
1,599 


1,490 


500 


1,378 

1,057 
500 


1,150 

500 
1,216 
500 
500 
624 


2,000 


6,200 
5,128 


1,027 

3,245 

850 

744 

351 

1,180 
1,054 


1,490 


1,378 
1,057 


1,150 


1,216 

"'624 

2,000 

6,200 
_5^128 

33,654" 
4,660 


Deficiency. 


28,994 
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Montreal,  20th  December,  1856. 

TO  THE  SECRETARY  OF  THE  GRAND  TRUNK  RAILWAY 

COMPANY. 


I  certify  that  the  sum  of  Seventy-nine  thousand  one  hundred  and 
seventy  pounds  ten  shillings  sterling,  is  due  to  the  contractors  Messrs. 
Jackson,  Peto,  Brassey  &  Betts,  for  additional  sidings  provided  on  the 
Montreal  and  Toronto  section  of  the  Grand  Trunk  Railway  of  Canada. 


£79,170 


10s. 


(Signed)  ALEX.  M.  ROSS, 

Engineer. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 

MONTREAL    DIVISION. 

Certificates  of  additional  sidings  between  Montreal  and  Kingston  Mills, 

168  Miles. 


1856. 
Nov. 

Montreal. 
Sidings  south  of  main  line 

Feet. 

2,830 

2,760 

2,200 

2,170 

1,365 

930 

2,200 

210 

270 

1,150 

1,395 

1,360 

1,600 
900 

21,340 

£     s.   d. 

a                    u 

North          "             

a                   u 

Cross  over  roads  <  0cn    r»™  t 

«*c»  *""VU3  )  350    200  \ 

n     , 4           ,        <  400     140  ) 

Koad  to  car  shop  <  ^^n     *  *r\  r 

01.1^^  ^  250     140  J 

Erecting  shop 

Traveller 

Fitting  and  turning  shop  to  smithy 

Engine  houses 

Do 

D              {    8-70    560) 

I  16-50    800  \  

Ferry  wharf,  &c.,  abutment  measured  to 
commencement  of  crib  work 

Main  line  to  hospital  sidings 

Point  Claire 

4,143 

St.  Anne's 

1,244 
1,145 
1,000 
1,494 
1,928 
3,513 
1,266 
2,133 
1,758 
1,315 

Vaudreuil 

Cedars 

Coteau  Landing ...   . 

Lancaster 

Cornwall 

Dickenson's  Landing 

Morrisburg 

Matilda 

I 

Edwardsbur0- 

Carried  forward 

20,939 

21,340 
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Certificates  of  additional  Sidings  between  Montreal  and  Kingston  Mills — 
Continued. 


Brought  over. 

Prescott  Junction 

Prescott 

Maitland 

Brockville 

Lyn 

Yonge  Mills 

Mullorytown 

Lansdowne 

Gananoque 

Gal  way's  Shanty 


Feet. 

20,939 
4,830 
2,068 
1,342 
5,555 
1,163 
582 
1,173 
1,836 
2,489 
618 


21,340 


£     s.   d. 


Equal  to 

Deduct  3  per  cent  on  168  miles . . 


Ballast  Fields. 

Tanneries  2119 

"       moss 2785 


42,595 


12.11  miles. 
5.04    « 


63,935 


Beaudette 

Moulinette 

Prescott 

Lyn  &  Branch 


7.07  miles. 

at  £4,750  pounds 


Feet. 


4,904 
2,820 
3,295 
1,862 
8,419 


33,582  10    0 


21,300 


Equal  to J4.054  miles. 

at  £4,750  per  m. 
Sidings  at  Montreal  Station  not  ballasted. 

From  rear  of  shop  to  Canal  Basin 3,700 

Hospital  siding 920 

Branch  to  canal  wharf 1,500 

Sidings  at  do.  750 

470 

330 

120 

260 


From  freight  siding  to  canal. 

"     rear  of  shop  to  transit . 

To  traveller  of  car  factory. . . 


Equal  to  miles , 


Wood  sidings,  light  rails  and  no  ballast. 

Pointe  Claire 

Vaudreuil 

Coteau 

Lancaster 

Cornwall 

Dickenson's  Landing 


19,161  10    0 


Carried  forward 


1,930 

2,230 

1,600 
200 

!     12,080 

2.29  at  £4,000. 


210 
210 
210 
174 
192 
194 


9,160    0    0 


1,190 


61,904    0    0 
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Certificates  of  additional  Sidings  between  Montreal  and  Kingston  Mills — ■ 
Continued. 


1856. 
Jany.  1, 
Oct.     1. 


I  Feet. 

Brought  forward 1,190 

Williamsburg 210 

Matilda 146 

Prescott 348 

Brockville 347 

Mullory  town 21 1 

Lansdowne 210 

Gananoque 210 


Equal  miles. 


Cr.         By  amount  of  certificates. 

Certificate  for 

Do 


2,872 


0.54  at  £1,750. 


61,904    0    0* 


945    0    0* 


62,849    0    0 
41,182  10    0 
5,000    0    0  46,182  10    O 


16,666  10    0 


D.  2. 

GRAND  TRUNK  RAILWAY  OF  CANADA. 

KINGSTON    DISTRICT. 

Certificate  of  additional  Sidings  between  Kingston  Mills  and  Grafton, 

88  miles. 


1856. 
Nov. 


Kingston  Mills wood 

Kingston stone 

Collins  Bay wood 

Ernestown stone 

Napanee " 

Tyondonoga wood 

Shannonville stone 

Belleville " 

Trenton brick 

Brighton " 

Colborne " 

Grafton wood 


Equal  to 

Deduct  3  per  cent  on  87  miles. . . . 


Ballast  Fields. 

Tuttles  Hill 812 

Ernestown 4,494 

Tyondonoga 3,384 

Trenton 917 


Feet. 
1,110 
4,570 
1,220 
1,960 
1,940 
1,040 
1,810 
3,915 
1,900 

27,420 
2,585 
1,485 


26,277  i 
4.98  miles. 
2.61     " 


£     e.    d. 


2.37  miles  at  £4,750. 


9,607 
Roadway  and  sidings  to  wharf  at  Kington       1,851 


11,257  10    Q 


Equal  to. 


Feet. 


11,458 
217  miles  at  £4,750. 


10,307  10    0 


21,565    0    0 
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D.3. 

GRAND  TRUNK  RAILWAY  OF  CANADA. 

TORONTO    DIVISION. 

Certificate  for  Additional  Sidings  between  Toronto  and  Grafton. 


1856. 
Dec.  1. 


Coburg  Station. . . . 

Port  Hope 

Port  Britain 

Newtownville .... 

Newcastle 

Bowmanville 

Oshawa 

Whitby 

Duffins  Creek 
Frenchman's  Bay. 

Port  Union 

Scarboro' 

Don 


Exterim  Church  st.  to  Berkly  street 

"  "  East  Market  street 


Equal  to 

Deduct  3  per  cent  on  77  miles. 


Ballast  Fields. 

Duck  Harbour 

Lot  35,  Clark 

Oshawa 

Whitby. 


Highland  Creek . 


Feet. 
2,976 
3,554 
2,499 
990 
3,000 
2,491 
3,583 
4,087 
2,103 
1,309 
3,036 
2,600 

12,828 
1,851 
1,320 


48,227 
9.13  miles. 
2.31     " 


6.82  miles,  £4,750. 


1,500 
2,301 
1,224 
1,791 


£     s.    d. 


32,395    0    0 


Norway 1,020 


10,125 
Equal  to milesl  1.92  at  £4,450  per  m. 

sterling.. | | 


8,544    0    0 


40,939    0    0 


TOTAL  ABSRACT  OF  SIDINGS, 


Montreal  division 

£      s.    d. 
62,849    0    0 
21,565    0    0 
40,939    0    0 

£      s. 

125,353     0 

46,182  10 
76,170  10 

d. 

Kingston  division 

Toronto  division - 

Total. . . 

0 

f  certificates. 

41,182  10    0 
5,000    0    0 

1856.    Cr.         By  amount  o 
Jan.  1.  Certificate  for 

Oct.               Do -  - 

certificate 

0 
0 

Amount  of  present 

.  .  .  .Sterling.. 

*    I 
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[  No.  21.  ] 

Report  of  Messrs.  Kcefer  and  Shanly  on  the  State  of  the  R.  R.  Bridges  in 

Lower  Canada. 


Montreal,  4th  April,  1857. 


Sir, 


In  compliance  with  the  resolution  of  the  Board  of  Directors  transmitted 
to  us  by  your  letter  of  the  16th  ultimo,  and  with  further  instruction  received 
on  26th  ultimo,  we  have  made  a  careful  inspection  of  all  the  Bridges  on  the 
Montreal  and  Portland,  the  Quebec  and  Richmond,  and  Saint  Thomas  Divi- 
sions of  the  Grand  Trunk  Railway,  accompanied  by  the  resident  Engineer  of 
each  Division,  and  have  now  the  honour  to  submit  the  following  Report  : 

Wooden  Bridges. 

Upon  the  Montreal  and  Portland  Division  there  are  now  fifty-five  Wooden 
Bridges,  whose  aggregate  length  measures  9355  feet  or  nearly  one  mile  and 
three  quarters. 

With  the  exception  of  the  one  across  the  harbour  at  Portland,  which  is  on 
piles,  all  these  Bridges  are  built  on  the  "  Hon  Truss  "  principle,  which  is  a 
simple  Truss  without  an  arc. 

Of  the  old  Bridges,  the  earliest  were  built  in  1846,  the  latest  in  1853. 
Some  of  these  were  rebuilt  last  year  after  the  same  plan,  but  with  heavier 
Timbers,  and  preparations  are  now  making  to  replace  others  in  the  same 
manner,  as  soon  as  the  ice  breaks  up  and  passes  off. 

The  old  or  first  set  of  Bridges  are  in  various  conditions  of  safety  or  of 
insecurity,  and  demand  constant  and  careful  inspection  to  maintain  them  in  a 
reliable  manner. 

Those  which  were  covered  in  shortly  after  they  were  built  are  in  a  pretty 
good  state  of  preservation.  The  painting  and  decking  of  others  without  cover- 
ing the  sides,  has  been  but  an  imperfect  protection  ;  but  all  of  them  were  too 
lightly  timbered  in  the  first  instance  to  endure  for  any  length  of  time  the 
great  strain  to  which  they  are  continually  subjected,  and  for  this  reason,  and 
in  some  instances  from  inferior  workmanship  and  materials,  have  given  indica- 
tions of  premature  decay  and  failure.  The  unprotected  ones  have  failed  more 
rapidly  and  some  of  them  are  now  propped  up  on  bents. 

The  resident  Engineers  have  given  careful  attention  to  the  state  of  these 
Bridges.  Some  they  have  already  replaced  with  wood,  a  few  others  with 
iron-timbers  have  been  provided  and  framed,  ready  to  put  up  for  others  as 
soon  as  the  weather  will  permit — some  have  been  strengthened  by  supple- 
mentary arcs,  a  wise  precaution,  and  arrangements  are  now  being  made  for 
repairing,  covering  and  protecting  all  that  are  worthy  of  maintenance.  Many 
of  them  have  been  recently  overhauled  and  put  in  good  repair. 

The  large  Bridge  over  the  Richelieu  at  St.  Hilaire  was  only  painted  and 
decked,  not  covered  in,  and  although  strengthened  by  an  arc  two  years  since, 
is  now  in  an  unsafe  condition  and  should  be  replaced  without  delay.  It  was 
built  in  1846,  and  had  it  been  properly  protected  at  that  time  would  have 
lasted  many  years  longer. 

Several  other  Bridges  are  in  the  same  unsatisfactory  condition  and  must 
be  rebuilt  this  season  without  loss  of  time.  There  are  others  again  which 
must  be  replaced  in  one,  two,  three  and  ten  years,  and  none  of  the  old  Bridges 
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however  well  protected  can  be  expected  to  last  more  than  five  or  six  years 
longer  under  the  very  heavy  traffic  which  they  will  have  to  sustain. 

The  condition  of  these  Bridges  may  be  taken  as  a  sufficient  proof,  that  for 
the  purposes  of  a  first  class  Railway,  such  as  the  Grand  Trunk,  Wooden 
Bridges  are  bat  a  temporary  adaptation  and  should  never  be  replaced  with 
wood,  except  in  cases  of  necessity,  when,  as  in  the  present  instance,  with 
regard  to  some  of  these,  it  will  be  impossible  to  procure  and  put  up  iron  within 
the  time  they  are  absolutely  required.  Unprotected  Bridges  submitted  to 
heavy  traffic,  especially  where  coupled  Engines  are  used,  will  not  last  out 
more  than  five  or  six  years,  and  those  which  are  covered  and  properly  cared 
for,  may  last  twenty  years  ;  but  they  are  all  liable  to  be  burned  up,  and  so  for 
a  time  put  a  stop  to  business — which  might  cause  more  damage  to  the  Com- 
pany on  that  account  than  the  entire  cost  of  the  Bridge  itself. 

We  therefore  consider  it  the  interest  of  the  Company  and  strongly  recom- 
mend that  arrangements  should  be  made  for  having  all  the  Wooden  Bridges 
replaced  by  Iron  Tubes  or  Girders. 

The  Statement  A  herewith  submitted  is  given  for  the  purpose  of  exhibi- 
ting the  difference  in  cost  between  wood  and  iron  superstructures,  omitting 
the  cost  of  renewals  of  masonry  which  is  common  to  both. 

Statement  A. 

The  cost  of  replacing  7835  lineal  feet  of  Bridging  with  Iron  Tubes  or  Gir- 
ders will  be £136,920  Currency. 

The  cost  of  the  same  in  wood 62,680  * 

Making  a  difference  of. £  74,240  " 

Taking  the  whole  line  through,  the  cost  of  Iron  Bridges  will  be  a  little  more 
than  double  that  of  Wood,  but  in  the  single  instance  of  the  Richelieu  Bridge, 
the  cost  will  be  a  little  less  than  three  times. 

Statement  No.  1. 

There  are  some  bridges  however  which  must  be  rebuilt  at  once  in  wood, 
because  there  is  not  sufficient  time  now  to  procure  iron  from  England.  In  the 
Statement  No.  1,  is  given  a  list  of  15  Bridges  which  call  for  renewal  this  year 
without  delay  either  in  wood,  stone  or  iron  ;  the  cost  of  which,  including  the 
repairs  and  reconstruction  of  masonry,  is  estimated  at  £29,930  cy.,  and  the  whole 
will  have  to  be  expended  this  year. 

For  all  spans  below  60  feet  it  is  presumed  Iron  Girders  can  be  had  from  Eng- 
land by  the  time  they  are  required,  but  for  Spans  above  60  feet  it  will  be  ne- 
cessary to  adopt  wood.  It  would  be  advisable  to  send  an  order  for  the  Iron 
Girders  in  this  Statement  as  soon  as  possible. 

The  Masonry  in  the  abutments  of  the  Bridges  South  of  the  Boundary 
Line,  although  built  of  large  Granite  Blocks  of  good  quality,  has  been  laid  up 
dry  without  mortar,  and  not  in  a  workmanlike  manner.  Sufficient  care  was 
not  observed  in  preparing  the  foundations,  and  many  of  the  walls  are  rent  and 
cracked,  and  it  will  be  necessary  before  putting  in  the  Tubes  or  Girders,  to 
rebuild  the  greater  portion  of  this  Masonry — the  cost  of  which  is  included  in 
the  accompanying  statement. 

In  rebuilding  in  wood,  we  consider  the  best  form  for  strength  and  dura- 
bility is  the  "  Burr  arch  and  Truss  "  Bridge.  It  is  a  form  which  has  stood  the 
test  of  time,  and  is  generally  acknowledged  to  be  the  most  reliable  and  satis- 
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factory.  No  truss  of  large  span  is  suited  for  railway  purposes  unless  combined 
with  the  arch,  and  the  condition  of  the  Bridges  on  this  Line  may  be  considered 
as  confirmatory  of  this  Statement. 

Statement  No.  2. 

In  the  Statement  No.  2  is  given  a  list  of  21  Bridges,  which  should  be 
replaced  by  Iron  Tubes  or  Girders  in  one,  two  or  three  years,  including  the 
rebuilding  of  some  of  the  abutments,  estimated  to  cost  £53,830.  One  third 
of  this  amount  will  be  required  in  1858,  one  third  in  1859  and  the  remainder 
in  1860. 

Statement  No.  3. 

In  the  Statement  No.  3  is  given  a  list  of  19  Bridges,  to  be  replaced  in 
Iron  after  i860,  or  between  1860  and  1877,  estimated  to  cost  £61,780,  in- 
cluding the  rebuilding  of  the  Masonry  where  necessary. 

The  estimated  cost  of  Works. 

In  Statement  No.  1  is £29,930 

In  Statement  No.  2 53,830 

In  Statement  No.  3 61,780 

Total £  145,540 

Of  the  15  Bridges  to  be  renewed  immediately  five  are  to  be  of 
Wood,  making  1975  feet  of  Truss  Work,  which  should  last  for  20 
years,  at  the  expiration  of  which  time  a  further  expenditure  will  be 
necessary  to  replace  them  with  Iron  Tubes — the  amount  of  such 
expenditure  will  be £30,000 

And  the  renewal  of  all  the  Bridges  will  then  amount  to £175,540 

The  floor  beams  in  all  the  existing  Bridges  are  not  strong  enough  to  bear 
the  weight  put  upon  them,  and  yield  too  much  beneath  the  pressure  of  Trains. 
They  are  generally  about  7  XI  13  with  15  feet  bearings  and  2^  feet  apart  from 
centre  to  centre — These  should  be  all  replaced  by  new  beams  8  ><J  15  inches 
of  the  same  length,  and  spaced  in  the  same  manner.  The  track  stringers  also 
are  in  most  intances  not  of  sufficient  size,  and  at  the  ends  of  the  Bridges  com- 
monly rest  on  the  floor  beam  only  instead  of  having  a  firm  bearing  on  the 
masonry  of  the  abutments,  thus  causing  too  sudden  a  change  under  the  weight 
of  an  Engine  from  the  firmness  of  the  permanent  way  to  the  elasticity  of  the 
Bridge.  New  stringers  11  X  14  inches  should  be  put  in  wherever  the  present 
ones  are  of  less  size  and  firm,  end  bearings  be  given  in  every  case. 

Covering  of  Bridges. 

Of  the  19  Bridges  embraced  in  Schedule  No.  3,  several  have  never  been 
covered  in.  Instructions  should  be  issued  to  the  Resident  Engineers  to  have 
all  such  Bridges  "  housed"  at  once;  previous  to  doing  which  the  timbers  of 
the  trusses  should  be  thoroughly  examined,  and  any  pieces  showing  symptoms 
of  deterioration,  taken  out  and  replaced  with  sound  material. 
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Parapet  Wall  at  Bacon's  Falls. 

Before  concluding  our  observations  on  the  works  necessary  to  ensure  the 
safety  of  Bridges  and  Viaducts  on  the  Montreal  and  Portland  section,  we 
would  beg  leave  to  draw  your  attention  to  the  embankment  immediately 
south  of  the  Bridge  at  Bacon's  Falls,  which  is  supported  by  a  perpendicular 
retaining  wall  some  30  feet  in  height,  at  the  foot  of  which  and  parallel  to  the 
line  of  road  runs  a  rapid  river.  The  edge  of  this  retaining  wall  is  within  seven 
feet  of  the  rail,  and  has  no  guard  or  parapet  of  any  kind — presenting  a  fearful 
place  for  an  accident,  should  a  train  happen  to  run  off.  A  dwarf  wall  2£  to  3 
feet  in  height  ought  to  be  built  here  for  some  two  hundred  feet  in  length,  and 
should  be  of  the  heaviest  blocks  of  granite  that  can  be  had  in  that  vicinity. 

Iron  Bridges. 

We  have  further  to  report  that  having  inspected  the  Bridges  on  the  Quebec 
and  Richmond  and  Quebec  and  St.  Thomas  lines,  we  find  them  all  of  excellent 
construction  and  in  good  order.  On  some  of  these  structures  we  noted  a  guard 
stringer  12  X  12  inches  bolted  longitudinally  on  the  bridge,  along  the  outer 
edge  of  the  footways  on  either  side  of  the  track,  and  would  recommend  a  simi- 
lar protection  being  placed  on  every  Iron  Bridge,  We  would  also  suggest  that 
all  these  Bridges  be  repainted  next  Summer,  and  generally  that  the  painting 
of  all  such  structures  be  frequently  renewed. 

Running  Regulations  for  Wooden  Bridges. 

The  Traffic  Department  should  be  advised  to  observe  the  following  regu- 
lations in  running  Trains  over  the  Wooden  Bridges  in  their  present  condition. 

1.  That  Coupled  Engines  should  not  go  upon  them. 

2.  That  the  speed  of  all  Trains  shall  not  exceed  ten  miles  an  hour  over 
any  of  the  present  Wooden  Bridges. 

3.  That  they  go  carefully  and  steadily  not  more  than  five  miles  an  hour 
over  all  the  Bridges  enumerated  in  the  Statement  No.  1,  until  such 
time  as  they  be  rebuilt — the  same  rule  to  apply  to. Bridges  at  South, 
Paris,  Mechanics'  Falls  and  Passumpscott  River. 

4f.  That  in  consequence  of  the  Switch  at  Mechanics'  Falls  Station  being 
only  66  feet  from  the  Bridge,  all  through  Trains  not  stopping  at  that 
Station  shall  haul  up  and  go  slowly  through  the  Switch. 

Running  Regulations  for  Iron  Bridges, — Quebec  and  Richmond  and 
St.  Thomas  Branch. 

lo.  That  the  speed  of  all  Trains  do  not  exceed  ten  miles  an  hour  over  the 
long  Bridges — the  Chaudiere,  the  two  Etchemins  and  the  Boyer. 

2o.  That  Trains  go  slowly  through  the  Switch  at  the  junction  near  the 
East  end  of  the  Chaudiere. 

Note. — The  Switch  near  the  East  end  of  the  upper  Etchemin  being  a 
private  Switch  and  unsafe,  should  be  taken  out  and  removed  to  a  greater 
distance  from  the  Bridge. 

All  which  is  respectfully  submitted, 

And  we  remain, 
Sir, 
Your  obedient  servants, 

(Signed,)  SAMUEL  KEEFER, 

To  John  M.  Grant,  Esq., 

Secretary. 
Grand  Trunk  Railway,  Montreal. 
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[No.  22.  ] 

Memorial  of  the  Grand  Trunk  Railway  Company  of  Canada. 

To  His  Excellency  SIR  EDMUND  WALKER  HEAD,  Baronet, 
Governor  General  of  Canada  &,c.  in  Council. 

The  Memorial  of  the  Undersigned  duly  appointed  by  Resolution  of  the 
London  and  Canadian  Boards  of  Directors  of  the  Grand  Trunk  Railway 
Company  of  Canada. 

Respectfully  Sheweth  : 

That  the  present  position  of  the  Grand  Trunk  Railway  Company  and 
the  pressure  of  their  financial  difficulties  render  it  absolutely  necessary  for 
them  to  approach  Your  Excellency  with  the  view  of  submitting  a  state- 
ment of  their  position,  of  their  inability  to  make  the  Relief  Act  of  last  year 
practically  available,  and  of  the  necessity  which  has  thus  arisen  for  such 
modification  of  the  said  Act  and  of  the  claims  of  the  Province  upon  the 
Company  as  can  alone  enable  them  to  fulfil  their  engagements  and  permit 
them  to  complete  the  Eastern  and  Western  extentions  and  the  Victoria 
Bridge  and  properly  develope  the  traffic  and  resources  of  the  Province 
which  the  Railway  was  designed  to  effect. 

The  Undersigned  do  not  consider  it  necessary  again  to  state  to  Your 
Excellency  any  of  the  circumstances  under  which  the  Grand  Trunk  Railway 
was  originated  nor  the  causes  which  have  mainly  operated  to  produce  the 
present  disastrous  Crisis.  The  most  important  of  these  causes  was  entirely 
beyond  the  control  either  of  the  Government  of  Canada  or  of  the  Company, 
and  while  it  cannot  be  denied  that  the  war  and  the  consequent  high  rate 
of  money,  have  deranged  all  the  financial  arrangements  contemplated  at 
the  initiation  of  the  Enterprize,  the  Company  have  done  all  in  their  power 
to  overcome  these  difficulties  unfortunately  without  success. 

The  position  of  the  Province  towards  the  Company  has  up  to  this 
time  or  rather  till  within  the  last  year,  been  that  of  deriving  all  the  benefits 
of  the  undertaking  without  contributing  to  its  cost. 

So  long  as  the  Company  possessed  any  available  means  they  scru- 
pulously met  the  interest  on  the  Provincial  Bonds  and  it  may  be  fairly 
urged  upon  Your  Excellency,  that  thus  far  the  onus  of  this  undertaking  preg- 
nant with  the  greatest  possible  benefits  to  the  Province  has  been  borne  by 
the  English  share  and  Bondholders. 

It  is  Canada  and  Canadians  only  who  have  profited  by  the  enormous 
increase  in  the  value  of  land  in  the  neighbourhood  of  the  line,  and  in  the 
expenditure  of  several  Millions  of  English  Capital ; — private  enterprize 
and  labor  have  been  stimulated  to  an  extraordinary  extent,  and  the  pro- 
ducing power  of  the  country  largely  increased  :  several  of  the  chief  Towns 
of  Canada  have  also  experienced  to  a  surprising  degree  the  full  benefit  of 
an  awakened  traffic  yet  only  in  its  infancy. 

Allowing  therefore  for  the  progress  which  Canada  would  have  made, 
and  the  profits  which  Canadians  would  have  realized  independently  of  the 
Grand  Trunk  Railway,  the  undersigned  think  they  are  justified  in  saying 


62 


that  it  has  very  largely  contributed  to  the  increased  wealth  and  commercial 
prosperity  of  the  Country  in  all  probability  in  a  far  greater  ratio  than  the 
value  of  the  whole  amount  of  Provincial  aid  pledged  to  the  undertaking. 

The  effect  on  the  Province  of  the  construction  of  the  Railway  as  relates 
to  the  Provincial  aid,  may  be  aptly  compared  to  that  of  the  Canadian 
canals  which  though  unproductive  as  a  source  of  direct  and  immediate  re- 
venue have  undoubtedly  repaid  their  cost  tenfold  in  the  development  they  have 
afforded  to  the  trade  and  resources  of  the  Province.  The  canals  became  a 
necessity  after  the  construction,  and  even  independently  of  the  Erie  Canal, 
and  the  altered  circumstances  of  trade  arising  from  the  efforts  of  the 
Americans  to  extend  their  Railways  from  the  Atlantic  to  the  Great  Lakes, 
in  like  manner,  produced  an  absolute  obligation  on  the  part  of  the  Province 
to  undenake  similar  works,  unless  all  the  advantages  of  its  situation  as  the 
great  arterial  outlet  for  the  western  country  were  to  be  practically  surrendered. 

This  great  national  object  has  been  attained  through  the  Grand  Trunk 
Railway,  and  it  may  be  confidently  affirmed  that  the  whole  amount  of 
Provincial  aid  has  already  been  abundantly  reimbursed  in  the  impetus  given 
to  the  country.  There  is  no  question  that  the  policy  of  affording  that  aid  to 
a  private  company  rather  than  to  undertake  the  Railway  as  a  Provincial 
work  solely,  was  in  every  respect  judicious,  both  as  saving  a  large  outlay 
of  Provincial  capital,  and  also  as  securing  the  Province  from  any  charge 
whatever  if  the  line  proved  as  remunerative  as  was  originally  hoped,  the 
worst  that  could  happen  to  the  Province  being  such  a  failure  in  the  antici- 
pated results  as  should  leave  the  whole  amount  advanced  chargeable  on 
the  ordinary  revenues  of  the  Country  which  have  more  than  doubled  since 
the  commencement  of  the  Railway  Works. 

It  must  also  be  remembered  that  equally  as  in  the  case  of  the  Canals 
the  Province  did  not  confine  its  aid  to  those  sections  of  the  Railway  which 
were  most  desirable  commercially,  but  required  the  construction  of  a 
section  in  which  the  advantages  secured  are  peculiarly  those  of  the  Pro- 
vince, and  its  inhabitants,  and  which  assuredly  would  not  have  been 
selected  as  a  field  for  investment  by  individuals.  It  is  not  the  intention  of 
the  Company  to  dispute  that  they  anticipated  from  the  traffic  of  the  western 
section  a  compensation  for  the  loss  on  the  Eastern,  but  the  receipts  thus 
far,  would  seem  to  prove  that  the  traffic  even  on  the  Western  sections,  will 
not  for  a  long  time  afford  more  than  a  fair  return  on  the  Capital  invested, 
thus  leaving  the  Eastern  sections  a  dead  weight  on  the  Company  :  more 
than  twelve  hundred  thousand  pounds  sterling  have  been  already  expended 
East,  of  Richmond,  and,  by  the  relief  Act,  £525,000  more  have  been  devoted 
to  the  extention  Eastwards,  with  £125,000  for  the  Three-Rivers  branch,  thus 
making  nearly  two  millions  sterling  which  cannot  be  regarded  as  affording 
any  revenue  to  the  Company. 

It  is  not  contended  that  this  outlay  should  not  have  been  made,  as  it 
may  be  well  urged,  that  this  section  of  the  Province  stood  in  greater  need 
than  any  other,  of  the  ameliorating  influences  of  improved  communication; 
and  also,  that  the  whole  expenditure  east  of  Richmond  will,  when  com- 
pleted to  Riviere  du  Loup,  constitute  two  hundred  and  fifty  miles  of  the 
future  Provincial  Railway  to  the  Lower  Provinces.  But  the  Company 
respectfully  submit  that  the  expenditure  has  been  crippling  and  in  fact 
ruinous  to  them,  while   the  Province  and  Provincial  interests,  have  alone 
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benefitted  by  the  outlay,  and  should  be  so  regarded  in  considering  the 
present  position  of  the  Company  and  its  prayer  for  relief  from  the  pressure 
of  the  provincial  claims  upon  it. 

The  Company  do  not  desire  to  evade  or  postpone,  the  works  originally 
contemplated,  and  as  yet  unfinished,  viz:  the  western  line  to  Sarnia,  the 
Victoria  Bridge,  and  the  eastern  line  to  Riviere  da  Loup.  They  are  pre- 
pared to  carry  out  these  works,  and  they  do  not  desire  the  Province  to  in- 
crease in  the  least  its  present  liabilities  on  account  of  the  Railway,  but 
they  pray,  that  the  present  position  of  the  Company  towards  the  Province 
and  their  liabilities  upon  the  Provincial  Guarantee  may  be  so  altered  as  to 
revive  the  credit  of  the  Company,  and  give  them  the  means  from  the 
resources  which  they  would  then  be  enabled  to  raise,  to  complete  the 
system  of  Provincial  Railways  originally  contemplated. 

The  utmost  extent  of  liability  direct  or  indirect  which  they  desire  the 
Province  to  undertake,  is  that  already  granted,  say  £3,111,500,  and  for 
this  sum,  the  Province  will  have  received  an  expenditure  of  nearly  or  quite 
£12,000,000  sterling,  giving  it  a  Railway  from  the  Atlantic  to  Sarnia, 
together  with  250  miles  complete  of  the  Halifax  line  ;  uniting  every  City 
of  the  Province  by  Railway,  and  with  the  Victoria  Bridge,  making  an 
unbroken  chain  of  Railway  communication  throughout  the  length  of  the 
Province  from  the  waters  of  Lake  Huron  to  the  Ocean. 

In  urging  this  further  upon  Your  Excellency  it  is  the  duty  of  the 
undersigned  to  state  that  having  regard  to  the  nature  of  the  traffic  which 
is  developing  over  the  Grand  Trunk  Railway,  it  has  become  manifestly 
necessary  to  make  very  large  additions  to  the  rolling  stock  and  station 
accommodation  of  the  Company  to  enable  them  to  perform  their  task  effi- 
ciently— and  that  without  such  expenditure  much  of  the  benefit  to  be 
anticipated  from  the  construction  of  the  line  cannot  be  realized,  the  Capital 
thus  required  cannot  be  raised  under  the  terms  of  the  relief  Act  of  1856, 
which  specifically  appropriates  the  proceeds  of  the  proposed  loan,  nor  can 
it  be  raised  on  the  credit  of  the  Company  subject  to  the  existing  claims. 
A  necessity  has  thus  arisen  which  compels  a  renewed  application  to  the 
Province,  or  the  Company  would  find  themselves  in  the  position  of  possess- 
ing an  admirable  road  with  traffic  seeking  transport  over  it,  but  unable 
to  raise  a  shilling  to  provide  sufficient  engines,  cars  and  station  accom- 
modation. 

Besides  the  capital  required  to  meet  the  wants  of  the  additional  traffic 
it  has  resulted  that  the  accommodation  of  the  trade  of  Montreal  will  require 
a  large  outlay  in  extending  the  line  through  the  City  to  Hochelaga  to  con- 
nect with  the  Canadian  line  of  Steamships,  and  also  at  Quebec  for  ware- 
housing facilities  in  conjunction  with  that  line,  and  a  similar  outlay  at 
Kingston,  as  well  as  at  other  important  points  to  connect  with  the  navig- 
able water.  For  all  these  purposes  money  must  be  obtained,  and  cannot  be, 
if  the  relief  Bill  establish  the  final  relations  of  the  Province  towards  the 
Company. 

The  undersigned  respectfully  urge  upon  Your  Excellency  that  the 
Grand  Trunk  Railway  Company  are  engaged  in  a  struggle  with  American 
interests  for  the  trade  of  the  west,  that  in  this  respect  their  interests  are 
identical  with  those  of  the  Province,  and  that  it  is  therefore  a  subject  of 
national  importance  to  give  the  Company  every  facility  for  increasing  their 
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accommodation  to  the  public,  and  in  placing  them  in  a  position  to  transact 
the  business  intrusted  to  them  with  safety,  accuracy  and  despatch. 

The  Canadian  Line  of  Steamships  may  be  justly  regarded  as  a  corollary 
of  the  Grand  Trunk  Railway  designed  for  the  same  object  and  acting  in 
precisely  the  same  direction.  The  Legislature  has  in  this  instance  largely 
and  wisely  subsidized  a  Line  of  Ocean  Steamers  to  enable  them  to  com- 
pete with  other  lines  which  tend  to  direct  trade  to  American  Ports  and  to 
American  Railways.  This  line  however  can  never  produce  the  results 
expected  from  it  unless  the  Railway  which  forms  its  connection  with  the 
interior  be  placed  in  the  most  efficient  state  for  business.  The  effect  of  the 
subsidy  of  this  Steamship  Line  is  justly  regarded  as  an  inducement  for 
produce  to  seek  a  market  by  way  of  the  St.  Lawrence,  and  equally  so 
may  the  Provincial  aid  to  the  Grand  Trunk  Company  be  considered  as 
repaid  in  the  reduced  cost  at  which  it  may  enable  the  Railway  to  carry 
freight  and  passengers  both  ways  along  the  same  channel  if  the  Province 
consent  to  relieve  the  Company  from  the  immediate  pressure  of  its  claim. 

The  undersigned  trust  Your  Excellency  will  be  pleased  to  take  the 
foregoing  statements  into  consideration  which  they  now  submit  for  your 
information  in  connection  with  the  present  situation  of  the  Company.  In 
doing  so  they  would  respecfully  add  that  the  Honorable  Mr.  Napier,  prior 
to  the  passage  of  the  Relief  Bill  of  1856,  very  forcibly  drew  the  attention 
of  the  Honorable  the  Inspector  General  to  the  existance  of  the  claims  on 
the  Company  which  they  are  now  about  to  submit  and  that  they  are  in  no 
other  respect  altered  than  from  the  additional  requirements  for  traffic  which 
experience  has  since  developed. 

The  most  pressing  liabilities  of  the  Company  are  as  follows  : 

Debts  already  incurred  exceeding £340,000 

Bills  accepted  payable  before  1st  July 290,000 

Additional   Rolling   Stock,    sidings,    station 

accomodation 380,000 

Interest  due  in  July 210,000 


1,220,000 


To  meet  these  liabilities  no  provision  exists  in  the  Relief  Bill  and  as 
the  only  unissued  shares  of  the  Company  are  pledged  by  that  Bill  to  the 
Province  no  other  resource  remains  but  a  small  issue  of  B  bonds. 

In  the  present  feeling  of  the  London  money  market  towards  the  Grand 
Trunk  Company,  it  becomes  the  duty  of  the  undersigned  to  state  that  it  is 
absolutely  imposible  to  raise  any  money  on  the  securities  referred  to.  And 
even  if  the  Province  were  to  waive  its  claim  upon  the  unissued  shares  it  is 
perfectly  certain  that  they  could  not  be  placed  on  any  terms  subject  to  the 
existing  debt  of  the  Company  to  its  own  bondholders  and  to  the  Province. 
It  must  therefore  be  plainly  and  frankly  stated  to  Your  Excellency  that 
under  existing  circumstances  no  means  can  be  raised  to  meet  these 
requirements. 

The  undersigned  now  desire  respectfully  to  draw  Your  Excellency's 
attention  to  the  Relief  Bill  of  last  year  and  the  means  thereby  provided  for 
completing  the  remaining  works  of  the  Company 
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The  Shareholders  of  the  Company  have  always  regarded  this  Bill  as 
extremely  valuable  to  the  Company  recognizing  as  it  does  to  a  certain  extent 
the  equitable  relations  of  the  Province  towards  them,  and  they  accepted  it 
in  the  belief  that  the  Province  would  not  hesitate  to  take  such  further  steps 
as  would  ensure  the  relief  which  it  was  intended  to  afford.  But  the  Com- 
pany could  not  avoid  seeing  that  under  this  Bill  no  escape  was  afforded 
from  the  more  immediate  and  pressing  claims  upon  them  nor  were  its 
provisions  such  as  were  at  all  calculated  to  raise  the  credit  of  the  Com- 
pany. 

It  was  manifest  that  in  no  other  way  could  the  objects  of  the  Relief 
Bill  be  obtained  than  by  placing  the  Company  in  such  a  position  as  to 
raise  on  their  own  credit,  the  money  required  for  their  works  as  well  as  to 
meet  their  other  liabilities.  The  former  object  might  have  been  expected 
to  be  attained  under  the  Relief  Act,  but  the  latter  as  the  result  proved  was 
absolutely  defeated  thereby,  as  the  addition  of  £2,000,000  to  the  pre- 
ference debt  of  theXompany,  could  not  but  diminish  its  ordinary  credit, 
and  although  the  province  undertook  the  provision  .of  interest  on  its  own 
bonds  for  five  years,  yet  it  required  the  deposit  of  the  Company's  securities 
therefor,  consequently  no  diminution  of  charge  upon  the  Company  took 
place  but  only  a  postponement.  Considerations  of  this  nature  appear  to 
have  operated  in  the  minds  of  those  dealing  in  the  Money  Market  in 
London,  and  consequently  not  only  was  the  Company's  effort  to  issue  its 
own  bonds  unsuccessful,  but  a  marked  disinclination  has  been  shewn  to 
invest  in  the  preferential  issue  of  £2,000,000,  as  it  was  universally  agreed 
that  the  position  of  the  Company  was  not  materially  improved  and  that  it 
could  not  possibly  proceed  without  further  relief,  the  nature  of  which,  it 
was  feared,  might  even  affect  these  securities.  It  may  be  also  remarked 
that  the  conditions  of  the  Relief  Bill  being  such  as  to  require  the  imme- 
diate payment  of  this  large  sum  in  advance  of  the  necessity  for  its  dis- 
bursement, operated  very  unfavorably  in  the  present  state  of  the  money 
market. 

The  result  has  therefore  in  effect  been  to  improve  the  Company's 
affairs  only  in  so  far  as  the  Relief  Bill  has  given  the  share  and  bondholders 
a  confident  hope  in  the  future  action  of  the  Legislature  of  Canada,  but  not 
to  enable  the  Company  to  raise  the  means  either  of  proceeding  with  their 
proposed  works  or  of  discharging  the  existing  claims  upon  them. 

Notwithstanding  this  unfavourable  impression  the  Company  have  by 
great  exertion,  and  by  straining  their  credit  to  the  uttermost,  been  enabled 
to  fulfil  that  condition  of  the  Relief  Bill  which  was  most  important  to  the 
province  and  which  enjoined  the  completion  of  the  line  from  St.  Thomas 
to  Stratford  ; — they  also  proceeded  energetically  with  the  Victoria  Bridge, 
and  they  only  now  approach  your  Excellency  and  the  Government  and 
Legislature  of  Canada  after  having  done  all  in  their  power  to  make 
effective  the  intention  of  the  Act. 

Your  memorialists  have  thus  endeavoured  to  bring  before  Your  Ex- 
cellency the  exact  position  of  the  Company  and  their  absolute  necessities 
which  may  be  summed  up  as  follows  : 

First. — The  provision  of  the  capital  for  existing  claims  and  additional 
accommodation  for  traffic. 
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Second. — Such  a  modification  of  the  Provincial  relations  towards  the 
Company  as  shall  raise  their  credit  and  enable  them  to  complete  the  line. 

The  first  of  these  requirements  can  only  legitimately  flow  from  the 
latter,  and  it  has  been  already  shewn  that  the  Relief  Bill  of  last  Session 
does  not  meet  the  necessities  of  the  case  as  any  aid  which  increases  the 
indebtedness  of  the  Company  as  well  as  their  obligation  to  undertake 
further  works,  unless  it  also  tend  to  the  re-establishment  of  their  credit  is 
fallacious,  and  can  only  increase  instead  of  diminishing  their  present 
difficulties. 

Your  memorialists  in  behalf  of  the  Company  therefore  respectfully 
submit  to  Your  Excellency,  that  the  time  has  arrived  when  the  immediate 
wants  of  the  Company  as  well  as  the  completion  of  their  remaining  works 
call  for  a  measure  of  effectual  and  permanent  relief  as  any  attempt  to 
palliate  this  pressure,  must  hereafter  necessitate  a  further  application  to 
the  Province,  while  great  injury  to  all  interests  concerned  may  meantime 
arise. 

Previously  to  the  Relief  Act  of  last  year,  the  Province  stood  in  the 
position  of  first  mortgagees  being  at  the  same  time  primarily  liable  to  pay 
both  the  principal  and  interest  of  the  bonds  it  had  loaned  to  the  Company. 
This  prior  claim  upon  the  Company  the  Province  has  waived,  and  has 
further  relieved  the  Company  from  the  obligation  to  pay  the  interest  on  the 
Provincial  Bonds  for  a  term  of  five  years.  Unfortunately  however  as  has 
been  already  stated  in  this  memorial,  the  terms  upon  which  that  relief  was 
given  were  such  as  entirely  to  negative  the  hope  that  any  sensible  reaction 
in  favour  of  the  Company's  Stock  would  follow,  and  the  value  of  the 
release  was  wholly  neutralized  by  the  fact  that  the  Company  were  about 
to  incur  a  large  increase  of  debt  in  respect  of  works  not  likely  to  be  remune- 
rative, without  any  corresponding  release  of  an  equal  or  greater  amount  of 
the  Company's  present  indebtedness.  The  measure  has  thus  proved 
wholly  inoperative,  and  looking  to  the  great  advantages  which  have  accrued 
and  which  will  further  accrue  to  the  Province  and  people  of  Canada  from 
the  Railway,  the  undersigned  respectfully  state  to  Your  Excellency  that  the 
objects  of  the  Relief  Bill  can  be  in  no  other  mode  adequately  attained 
than  by  such  an  extension  of  the  term  during  which  the  Province  will 
undertake  the  payment  upon  its  bonds  as  will  be  equivalent  to  a  relin- 
quishment of  the  claim. 

If  this  were  done  an  immediate  rise  would  take  place  in  the  value  of 
the  Company's  Stocks  and  they  would  thus  be  enabled  to  raise  all  the 
additional  capital  required  for  new  works  as  well  as  for  the  traffic  accomo- 
dation and  other  claims  amounting  together  to  upwards  of  three  millions 
of  new  capital  or  an  amount  equal  to  the  debt  surrendered  by  the  Province 
and  which  it  is  otherwise  absolutely  impossible  to  raise.  It  is  true  that 
the  Province  would  by  this  means  actually  release  the  Company  from  its 
debt,  but  it  would  ensure  the  expenditure  of  an  equal  sum  to  be  raised  by 
the  Company  on  their  own  credit,  to  be  devoted  to  works  of  great  public 
utility,  and  it  may  fairly  be  assumed  that  the  benefit  which  the  Railway 
thus  fully  completed  and  equipped  would  confer  upon  the  Province  and 
upon  its  revenue,  would  amply  compensate  for  the  continued  charge  or 
subsidy  of  £180,000  per  annum,  which  has  been  already  assumed  for  five 
years  with  the  certainty  that  it  must  continue  as  a  charge  if  from  the  un- 
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fortunate  state  of  their  affairs  the   Company  become  as  in  all  probability 
they  must  become,  insolvent. 

Assuming  that  the  works  proposed  under  the  Relief  Bill  arc  essential 
to  the  prosperity  of  the  Province,  it  is  plain  that  they  must,  be  undertaken 
at  its  own  charge  if  the  Company  break  down,  and  equally  so  must  the 
expenditure  for  traffic  accommodation  be  made. 

The  result  therefore  to  the  Government  if  it  were  to  assert  its  rights 
and  to  enter  into  possession  of  the  Railway,  would  be  immediately  to 
create  the  necessity  for  a  large  increase  to  the  Provincial  indebtedness, 
while  many  grave  objections  may  be  raised  to  the  Government  incurring" 
the  responsibilities  of  a  Railway  Company  in  the  management  of  the  Line. 
The  measure  of  the  Provincial  liability  would  be  indefinite,  and  an  ex- 
change would  be  made  of  a  positive  liability  of  one  hundred  and  eighty 
thousand  pounds  per  annum,  already  known  and  provided  for,  against  a 
very  much  larger  liability  subject  to  be  reduced,  from  the  profit  of  the  Line 
under  the  management  of  the  Government. 

Your  Excellency  cannot  also  disregard  the  loss  which  Canada  must 
sustain  through  a  stoppage  of  the  works,  the  injury  to  the  commencing 
traffic  and  its  diversion  into  other  channels,  as  well  as  the  damage  to  the 
business  of  the  large  towns  through  which  the  Line  passes,  and  which  it 
has  aroused  into  extraordinary  activity. 

These  would  necessarily  follow  the  failure  of  the  Company  whatever 
course  the  Government  pursued. 

But  it  cannot  be  doubted  that  such  failure  would  re-act  most  prejudi- 
cially on  all  Canadian  enterprises,  seeking  the  aid  of  English  capital. 

Rightly  or  wrongly,  the  share  and  bond  holders  would  bitterly  com- 
plain, and  the  money  market  sensitive  to  a  degree  in  such  matters,  would 
look  shyly  and  critically,  if  it  would  look  at  all,  upon  similar  under- 
takings in  the  Colony  ;  especially  when  so  many  sources  of  investment 
are  opening  on  the  Continent  of  Europe  with  positive  Government 
Guarantees,  both  of  principal  and  interest,  and  which  being  nearer  home 
are  therefore  so  much  more  under  controul. 

The  undersigned  would  earnestly  entreat  Your  Excellency,  to  consider 
that  looking  at  the  present  aspect  of  the  Company's  affairs,  there  exists  no 
reasonable  hope  of  the  Company  becoming  in  a  position  to  resume  their 
liability  to  the  Province  at  the  end  of  five  years  under  the  Relief  Bill,  that 
they  are  utterly  unable  to  avail  themselves  of  its  permission  to  raise  money, 
and  that  upon  every  consideration  of  the  subject  it  is  far  better  for  the 
Province  to  deal  finally  with  the  question  than  that  such  a  measure  should 
be  adopted  as  may  perhaps  imperil  a  greater  amount  of  the  money 
already  so  largely  embarked  by  the  Proprietors  and  still  leave  room  for 
future  application  to  the  Legislature  of  Canada. 

Your  memorialists  respectfully  urge  upon  Your  Excellency  that  the 
absolute  relinquishment  itself  of  the  Provincial  Lien  would  for  five  years 
entail  no  additional  burthen  upon  the  Province,  nor  would  it  occasion  any 
increase  to  its  taxation,  while  it  may  be  confidently  affirmed  that  the 
success  of  the  Railway  and  the  indirect  advantages  flowing  from  that  suc- 
cess would  amply  compensate  for  the  outlay. 

Your  memorialists  would  further  draw  your  Excellency's  attention  to 
the  fact  that  the  total  relinquishment  of  the  Provincial  claim  is  justified  by 
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the  action  of  other  Governments,  and  without  referring  to  repeated  similar 
action  by  the  British  Government  in  Ireland  and  elsewhere,  even  in  Cana- 
da, the  course  taken  by  the  neighbouring  State  of  New  York  is  essen- 
tially similar  to  that  proposed  in  the  present  case. 

That  State  having  relinquished  a  claim  of  several  millions  of  Dollars 
to  enable  the  New  York  and  Erie  Railway  to  raise  new  Capital  for  the 
completion  of  its  line  ;  and  equally  so  when  the  State  of  Michigan  relin- 
quished a  very  large  sum  advanced  to  the  Michigan  Central  Railway. 

In  both  these  cases  the  importance  of  the  undertakings  was  held  to 
justify  the  surrender  and  certainly  in  neither  case  can  the  results  be  held  to 
be  at  all  equal  to  those  flowing  from  the  Grand  Trunk  Railway  to  this  Pro- 
vince. 

Canada  has  itself  also  recognized  the  same  principle  in  the  Act  of  last 
Session  conceding  4,000,  000  acres  of  Land  to  the  North  Shore  Railway,  a 
concession  equivalent  to  a  large  pecuniary  aid,  and  thereby  affording  an 
inducement  for  capitalists  to  invest  their  means  in  an  enterprize  possessing 
the  character  of  an  important  Provincial  work. 

Your  memorialists  therefore  conclude  by  respectfully  stating  to  your 
Excellency  that  the  Grand  Trunk  Railway  Company  can  only  be  placed  in 
a  position  of  credit  sufficient  to  meet  their  existing  liabilities  as  well  as  to 
complete  their  necessary  works  and  to  provide  necessary  traffic  accommo- 
dation, either  by  an  absolute  relinquishment  of  the  Provincial  claim,  or,  by 
its  postponement  to  the  bond  and  share  capital  of  the  Company  until  the 
traffic  on  the  line  shall  provide  a  certain  fixed  dividend. 

The  former  mode  would  be  final  and  conclusive  on  all  points  so  far 
as  the  Province  is  concerned,  and  is  in  this  respect  perhaps  the  least  object- 
ionable ;  the  latter  course  would  require  permission  to  be  granted  for 
indefinite  extension  of  the  Bond  and  Share  Capital  of  the  Company  to  meet 
its  varied  requirements,  and  in  the  case  of  a  double  track  being  hereafier 
necessary,  objection  might  arise  to  its  cost  being  placed  in  advance  of  the 
Provincial  claim. 

By  either  course  however  the  immediate  necessity  would  be  met  and 
the  Company  would  engage  to  raise  all  the  capital  required  for,  and  would 
complete  the  works  named  in  the  Relief  Bill  as  well  as  provide  for  the 
increased  traffic  requirements.  And  the  Company  would  further  engage 
in  the  event  of  the  Railway  being  undertaken  to  Halifax  to  make  over  to 
the  Province,  the  Line  Eastwards  from  Richmond  to  Riviere  du  Loup  on 
account  of  the  Provincial  aid  to  be  relinquished  or  postponed,  should  the 
Province  desire  to  regard  this  Line  as  forming  its  contribution  to  the  inter- 
Provincial  Railway  in  any  future  negociations  with  the  Imperial  Govern- 
ment and  the  Lower  Provinces. 

[SEAL]  JOHN  ROSS,  Prest.  Grand  Trunk  Railway 

Company  of  Canada, 

EDMUND  HORNBY. 
Toronto,  20th  March,  1857. 


E  X  T  E  A  C  T 

Giving  the  concluding  remarks  of  the  Inspector  General  on  the 
Grand  Trunk  Bill,  2Sth  April,  1857. 


The  original  scheme  of  the  amalgamated  Grand  Trunk  Company  em- 
braced an  unbroken  line  of  road  from    Sarnia  to   Trois-Pistoles  of  827  miles, 
connecting  the  River  St.  Clair,  which  forms  the  western  limit  of  Canada,  with 
the  tidal  waters  of  the  St.  Lawrence,  at  the  point  where  the  most  direct  com- 
munication can  be  had  with  New  Brunswick  and  the  Sister  provinces.     It  also 
embraced  a  spur  from  Belleville  to  Peterboro'  of  50  miles,  and  a  branch  from 
Richmond  to  Island  Pond  and  Portland  on  the  Atlantic,  a  further  distance  of 
221  miles,  making  in  all  a  railway  communication  of  1098  miles.    The  Pros- 
pectus shows  that  the  entire  cost  of  this  line,  exclusive  of  the  Portland  lease, 
was  estimated  at  £9,500,000  sterling,  equal  to  £11,558,333  currency,  and  that 
that  sum  was  to  place  the  road  in  efficient  working  order,  with  sufficient  loco- 
motive power,  rolling  stock  and  station  accommodation,  in  the  hands  of  the 
Company,  without  farther  outlay  of  any  kind.    Stipulations  having  been  made 
with  the  several  railroad  contractors  that  the  contract  price  should  include  pay- 
ment of  interest  by  them  on  all  advances  until  the  several  sections  of  the  line 
were  received  over,  no  other  provision  was  made  to  meet  that  charge  ;  the 
Company  relying,  it  would  appear,  upon  the  earnings  and  ability  of  the  road 
to  sustain  itself,  and  provide  all  further  expenditure.    How  far  these  expecta- 
tions have  been  realized,  the  statements  and  accounts  which  have  been  laid 
upon  the  table  will  enable  the  House  to  judge.    A  length  of  849  miles  has 
been  built  and  £10,547,586  currency  expended  to  the  first  of  January  last,  of 
which  £628,799  have   been  absorbed  in  interest,  after  deducting  the  sums 
carried  to  the  credit  of  Revenue  account.    By  statement  No.  3,  page  27,  it 
appears  that  the  floating  liabilities  of  the  Company  amount  to  £978,120,  from 
which  if  the  assets  on  the  contra  side  in  the  shape  of  debts  due  to  the  Com- 
pany, in  cash  bonds  and  bills   receivable   amounting  to   £250,191  are  de- 
ducted,   a  floating    uncovered    balance   against    the    Company    remains   of 
£757,929.     To   reduce   which   there   remains   in  the  hands  of  the   Govern- 
ment,   the  sum  of   £161,476,  currency,  of  unreleased  debentures — To  add 
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to  the  pressure  of  these  liabilities,  the  experience  of  the  last  six  months 
has  shown  that  the  extent  oi  sidings  and  supply  of  locomotive  power  and  rolling 
stock,  although  strictly  in  accordance  with  the  stipulations  of  the  contract,  are 
wholly  inadequate  to  the  requirements  of  the  road,  or  to  admit  of  its  being 
worked  to  advantage.  Statement  No.  13,  page  30,  gives  an  estimate  of  the 
amount  required  to  supply  these  defficiencies,  and  to  finish  the  works  in  hand, 
viz:  rolling  stock  £198,000,  extra  sidings  £5 1,000,  works  and  stations  along 
the  line  £135,000,  Victoria  bridge  £760,211,  making  a  total  of  £1,144,211.  With 
the  exception  of  the  latter  work  no  portion  of  the  proposed  aid  of  £2,000,000, 
preferential  bonds  is  available  for  the  pressing  purposes  just  enumerated,  and 
the  certainty  of  loss  which  must  attend  any  extension  of  the  road  before  the 
means  have  been  devised  for  supplying  additional  rolling  stock  and  extra  si- 
dings necessary  to  its  profitable  working  will  sufficiently  explain  the  present 
application  to  Parliament.  By  the  Act  of  last  Session  the  Company  were  au- 
thorised to  raise  a  sum  not  exceeding  £2,000,000  to  be  expended  solely  on  new 
works;  at  that  time  the  sections  between  Stratford  and  Brockville,  a  distance  of 
nearly  300  miles  had  not  been  opened,  and  sanguine  expectations  were  enter- 
tained of  the  productiveness  of  that  portion  of  the  road.  These  expectations  from 
several  causes,  amongst  which  those  just  referred  to  are  not  the  least  prominent, 
have  not  been  borne  out,  and  the  design  of  the  present  bill  is  to  take  off  all 
restrictions  imposed  upon  the  company  in  the  matter  of  raising  money,  to  enable 
them  to  supply  and  work  the  road  effectively.  The  Government,  in  justice  to 
the  sections  of  the  country  interested  feel  called  upon  to  insist  on  the  original 
conditions  into  which  the  Company  entered,  to  carry  the  road  West  to  Sarnia 
and  East  as  far  as  Riviere  du  Loup  ;  but  by  way  of  equivalent  they  recommend 
to  the  Legislature  that  all  claims  for  interest  on  the  guarantee  should  be  for- 
borne until  the  Company  reap  a  return  from  their  outlay.  In  the  memorial 
submitted  by  the  Company  and  printed  with  the  other  statements,  their  diffi- 
culties are  stated  in  a  clear  and  forcible  light,  but  at  the  same  time  a  strong  as- 
surance is  given  that  some  such  relief  as  that  offered  by  the  bill  will  enable 
them  to  complete  the  road  and  to  release  them  from  their  difficulties.  In  the 
construction  of  the  line  from  Sarnia  to  the  Gulf  of  St.  Lawrence  and  the  Atlan- 
tic, Canada  will  have    obtained  a  positive  and  valuable  result  and  will  have 
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secured  the  great  object  for  which  the  guarantee  was  given,  if  this  object 
can  be  attained  without  loss,  it  will  be  a  source  of  congratulation  to  all 
parties.  If,  on  the  contrary,  this  should  not  prove  to  be  the  case,  the  Govern- 
ment confidently  rely  that  the  Legislature  will  not  hesitate  to  exercise  for- 
bearance towards  the  Company  in  respect  of  the  loan.  It  has  been  said  that 
English  Capitalists  in  embarking  their  money  in  this  enterprize,  voluntarily 
ran  the  usual  hazard  of  gain  or  loss,  and  that  the  engagements  of  the  Province 
are  clearly  defined  and  limited  by  Parliamentary  enactment.  This  is  strictly 
true.  Yet,  no  one  can  read  the  Prospectus  which  introduced  this  scheme  to 
the  English  public,  or  turn  to  the  Report  of  Lord  Elgin,  pointedly  referred  to 
in  it,  "writte  i  in  his  most  powerful  style,  and  describing  in  glowing  terms  the 
prospects  #0Canada,  or  recall  the  manner  in  which  the  Government  of  the  day 
placed  the  enterprize  before  the  world,  without  feeling  that  representations 
emanating  from  such  high  authority  gave  a  character  to  this  gigantic  scheme 
which  took  it  out  of  the  category  of  ordinary  speculations.  This  was  no  sordid 
speculation  founded  upon  famine  prices — this  was  no  discreditable  traffic  in 
illicit  gains — this  was  no  scheme  for  getting  rich  by  the  sweat  and  the  tears  and 
the  blood  of  the  slave.  It  was  and  it  is  a  noble  enterprize  intimately  blended 
with  the  hopes  of  Canada,  to  grow  with  our  growth  and  strengthen  with  our 
strength,  destined  to  atchieve  success  with  our  assured  prosperity,  or  to  decline 
with  our  failing  fortunes.  Like  the  artery  which  draws  its  nourishment  from 
the  blood  which  it  diffuses  through  the  human  frame,  and  carries  to  its  utmost 
extremity,  it  is  healthy  and  vigorous  in  the  full  exercise  of  its  functions,  but 
will  shrink  and  decay  should  the  nourishment  be  withdrawn,  and  the  vital 
principle  cease  to  flow  through  its  channels. 
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